IN REPLY 
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WAR DEPARTMENT 
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Contract No. W 1049 
80—436 

File No. 68-0C31;;0-40 
(!l. No. 4875) 



J£>rcb29, 1940 



CHAHG>, ci.Oai " TO C0?JT:i CT H . 7 1049 80-436. 



B3.eotro-.'Vot.eet.i.ve Gorporr.tlon, 
1603 Court ::qiuai>e 
BriltliiVyre, rVuT'I'.rid. 



Gant", oraen: 

1. In aeeordAiice vdth the provj.8iono of nrtii^le 3 of Gontr^ct No. 

' ■ 1049 8 C -436 It has been f'jund advanta/reoue and in the best interest 
of the Govarruaent to make the following changes in Restricted iignal 
Corps Outline Specif 1 cation dated Febru'\z 7 1940s 

a - To include the plowing of foil on the gloss of iOl the 
outside vrindar.'s together vidth suitable hardware to tie 
up with the r&ot of the dectrical circuits. To do 
this there sho>a<i be applied to the glass aurf;;>ce an 
approved foil in a mrofier scceptoble to the Contracting 
Officer^ such foil to be ifired into double closed circuit 
protective wiring independent of the screen protection. 

This wli'ing sholl be equipped with the Neon trouble locat- 
ing system which shall also be independent of the system 
apj'Lied to the sinreen. rovialon shall be made in the 
control panel for the iiegregution of the window foil aystem 
from the window screen system. 

b — 5ci*eens cn tlio windows to be att'..ched by screws and solder- 
ed connections and to be readily roaovahle by removing 
screvn and unsoldered connections. 

£ - Ulndcw screens must be finished in a dark green paint. 

2. This cliange order Increases the t' tal consideration of ttie con- 
tract in the amount of H475*00« tmklng a new total of $4975.00 and ox- 
texids the tine for oerforsiiance 21 days. ■.'■■■' •' 

3« The additional a.rionnt of $1475«00 is chargeable to f^oureaerxt 
Authnnity 3&-286-r-S2-1380-A-0603-0» the available balance of which Is 
sufficient to cover the cost of the same. 



RESTRICTED 

Declassified and approved for release bvNSA on 09-05-2013 pursuant to E.Q. 135^ 

-X- 
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R ESTRICTLD 



March 29, 1940 



CiiiMJGS ORDKa »A»» TO COJJTRACT SO» 1049 ao-436. 



Tot Electro-Protective Corpora tlon. 

4* In all other respects the terms and conditions of the original 
contract vdll remain in full force and effect* 

5* Acceptance of this change must be acknowledged hereon over the sig- 
nature of an officer of your company authorized to enter into agreements rel- 
ative to Contract Ko, W 1049 sc-436* 



AcCeptedi 



Slectro-ProtectiYe Corporation 
Sy* 






c7 D* Major, Si^gnal Corps, 

Contracting Officer* 



COMdEJJT OF SURETT 



We, the bondsmen for the due performance of the original contract, 
hereby give our fiiLl consent to the foregoing Change Order “A” and agree that 
our bond shall apply to and cover the die p^formance of the contract as modi- 
fied thereby* 



In the presence of* 




TUf 'iim,in Asr^ ca^uaij? coapAEi o? roit 



(Corporate surety) 




I 



-RESTRieTEa 







TJ. S. StamOata XVirm. I^o, 23 
Approved the Secretary ot the Treasury 
Bovised Septomlber 9, 1935 



CONTRACT 



(CONSTRUCTION) 



iJontvact^^ 

'ato. 



(BeiSartmont) ' 



COBf*CRATXC« 

(Contractor) 



3ui5>ly * Installation of msIlii^Us&M «leot,ffiio > v 

burgpL^r^ alara aj^tsei in Iteitions 'Saild» 

Contract for Amount, 

Place WaaMj^lt^jL.A.5* j !....: . t ..: ..4.; 

Th« Finanoe Offlcisr, U. S, Arsr* 801 Chauning I^Mngtoa, P* 0# t» 

designated as th« oflioer to n^s paysttnts in acoonaanse liilsi contrsMSt* 

The supplies and serviees to be obtained by this instnwsixt are autboriased bji 
are for the puipose set forth in, and are oharge^le to Frocvir®w«ttfe iuthoritgr 
3G-286*F-22-13^A-i0605-O, the available balance of #iloh is adrfieient te 
cover the cost of saise. 

Liquidated Paaa|f«s inclxuled (3ee Article ?)• 

Perfomanoe Bond In^nded (3«e Article 2$)» 

Fayraent Boiai included (See Article 27)» 









CONTRACT FOR cop®iBiE:Tsi&© : A7 1995 



®I|t» Clouttact,, entered into this 14th day of liforch , 1940 > by 

The United States op America, hereinafter called the Government, represented by tiie contracting 
officer executing this contract, and mxctVO PyoteCtiTO Corporation 



a corporation organized and existing under the laws of the State of HOMT Jors4^ 
ICpCKliDiooihi^^ 




of the city of Baltinoro in the State of l£Kx^leU 3 i(i 

hereinafter called the contractor, witnesseth that the parties hereto do mutually agree as follows: 

Abticlb 1. Statement of work . — The contractor shall furnish the materials, and perform the work for 
th« installaticus of a cony>l«te «l«ctrle burglar alarm syaten in aceordanca with 
its bid dated Februarj 23^ 1940 for the am of #3300*00 and to Inoluda the auxil- 
iarsr power supply for an additional ISOO.OO^ auttaitted in response to OCCigO*s 
Inritatloti for Bids (k 4375) ^ 1049-40-1, 




for the consideration of I'liree thousand five htmdrcd dollars and no cents (# 3 ^ 500 * 00 )* 



in strict accordance mth the specffications, schedules, and drawings, all of which are made a part hereof 
and designated as follows: 

' Heatrictcd Signal Corps Outline Spedfioations dated February 1940 



The work shall be commenced Ijsaediateily after date of receipt of notice to proceed^ 
and shall be completed within 2L calendar days, tccsa. that date* 

Liquidated deuaages for delay will be deducted at the rate of #10*00 per day for each 
and every day of delay beyo^ the time specified for the ooepletieai of the contract* 



Certified tine copy of notice to proceed, with s(dcncnrledgm»nt of receipt thereof as 
Itarch 14, 1940, is attached as Page 8(d) of this contract* 
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Abticlb 2. S-pedf^ions and drawings. — ^TIi6 contractQr shall keep ‘oh the -work a copy of the draw- 
ings and specifications and shall at all times give’ the bontractiilg officer access thereto. Anything 
mentioned in the specifications and npt shown oh the drawings, or shown on the drawhigs and not* jaeh- 
tioned in the specifications, shall be of Hke’ effect as if shown or mentioned m both. Ih case of difference 
between drawings and specifications, the specifications shall govern. ' In any case of discrepancy in 
the figures, drawhigs, or specifications, the matter shall be immediately submitted to the contracting 
officer, witiiout whose decision said discrepancy shall not be adjusted by the contractor, save, only at 
his own risk and expense. The contracting officer shall furnish from time to time suCh detail drahihgs 
and other information as he may contider necessary, unless otherwise provided. Upon completion of 
the contract the work shall be delivered complete -and undamaged. - . ' ' 

Article 3. Changes . — ^The contacting officer may at any time, by a written "order, and without 
notice to the sureties, make changes in the drawings and/or specifications of this contract and within 
the general scope thereof. If such changes cause an increase' dr decrease in the ^ount due under this 
contract, or in the time required for its performance, un equitable adjustment shall be made ana the 
contract shall be modified in writing accordingly. No change involvilig on estimated increase or decrease 
of more than Mve Hundred Dollars shaU be ordered unless apprpved.m “syriting by the* head of the 
department or his duly authorized representative. Any daim for adjustinent under tlus article must 
be asserted within 10 days from the date the change is ordered: Provided^ however, That the oohtracting 
officer, if he determines that the facts justify such action, may receive and consider, and with the approval 
of the head of the department or his duly authorized representative, adjust any such claim' asserted at 
any time prior to the date of final settlement of the contract. If the parties fail to agree upon the 
adjustment to be made the dispute shall be determined as provided in article 15 hereof. But nothing 
provided in this article shall excuse the contractor from proceeding with the prosecution of the work 
so changed. ' ' \ 

Article 4. Changed condiMons . — Should the contractor encounter, or the Government discover, 
during the progress of the work subsurface and/or latent conditions the site materially differing 
from those shown on the drawmgs or indicated in the spedficatjons, br unldiown conditions of unusu^ 

nature differing materially from those ordinarily encountered and gdierally recognized as in'h firing in 
work of the character provided for in, the plans and specifications, the attention of the contracting officer 
shall be called immediately to such conditions before they are disturbed. The contracting officer 
thereupon promptly investigate the conditions, and if he finds that they do so materially ffiffer the con- 
tract shall, with the written approval of the head of the department or his duly authorized representative, 
be modified to provide for any increase or decrease of cost and/or difference in time resulting from 
such conditions. 

Article 5. Extras . — Except as otherwise herein provided, no charge for any extra work or material 
vrill be allowed unless the same has been ordered in writing by the contraotiug officer and the price 
stated in such order. 



Article 6. Inspection. — (o) AH material and workmanship (if ^not othervrise designated by the 
specifications) shall be subject to inspection, examination, and test by Government inspectors at any 
and all times during manufacture and/or construction and at any and all places where such manufacture 
and/or construction are .carried on. The Government shall have the right to reject defective material 
and workmanship or require its correction. Bejected workmanship shall be satiriactorily corrected and 
rejected material shall be satisfactorily replaced -with proper material without charge therefor, the 
contractor shall promptly segregate and remove the same from the premises. If the contractor 
to proceed at once vrith the replacement of rejected material and/or the correction of defective 'ts^ork- 
manship the "Government may, by contract or .otherwise, replace such material and/or ctoirect such 
workmanship and charge the cost thereof to the contractor, or may terminate the right of the contractor 
to proceed as provided in article 9 of this contract, the contractor and surety being liable for any damage 
to the same extent as provided in ‘said article 9 for teiminations thereunderi - * ' 
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{b) The contractor shall furnish promptly without additional charge, all reasonable facilities, labor, 
mid materials necessaiy for the safe and convenient inspection and test that may be required by the 
inspectors. All inspection and tests by the Government shall be performed in such manner as not to 
unnecessarily delay the work. Special, full size, and performance tests shaU be as described in the 
specifications. The contractor shall be charged with any additional cost of inspection when material 
and workmanship is not ready at the time inspection is requested by the contractor. 

(c) Should it bo considered necessary or advisable by the Government at any time before final 
acceptance of the entire work to malre an examination of work already completed; by removing or 
tearing out same, the contractor shall on request promptly furnish aU necessary facilities, labor, and 
material. If such work is found to be defective in any material respect, due to fault of the contractor 
or his subcontractors, he shall defray all the expenses of such examination and of satisfactory reconstruc- 
tion. If, however, such work is found to meet the requirements of the contract, the actual cost of labor 
and material necessarily involved in the examination and replacement, plus 15 percent, shall be allowed 
the contractor and he ^all, in addition, if completion of the work has been delayed thereby, be granted 
a suitable extension of time on accoimt of the additional work involved. 

(d) Inspection of material and finished articles to be incorporated in the work at the site shall be 
made at the place of production, manufacture, or shipment, whenever the quantity justifies it, unless 
otherwise stated in the specifications; and such inspection and acceptance, unless otherwise stated in the 
specifications, shall be final, except as regards latent defects, departures from specific requirements of 
the contract and the specifications and drawings made a part thereof, damage or loss in transit, fraud, 
or such gross mistakes as amount to fraud. Subject to the requirements contained in the precedmg 
sentence, the inspection of material and workmanslup for final acceptance as a whole or in part shall be 
made at the site. 

Aeticlb 7. Materials and workmanship , — ^Unless otherwise specifically provided for in the speci- 
fications, all w'orkmanship, equipment, materials, and articles incoiporated in the work covered by 
this contract are to be of the best grade of their respective kinds for the purpose. "Where equipment, 
materials, or articles are referred to in the specifications as “equal to ” any particular standard, the con- 
tracting oflicer shall decide the question of equality. The contractor shall furnish to the contracting 
officer for his approval the name of the manufacturer of machinery, mechanical and other equipment 
which he contemplates incorporating in the work, together with their performance capacities and other 
pertinent information. "When required by the specifications, or when called for by the contracting 
ofilcer, the contractor shall furnish the contracting officer for approval full information concerning the 
materials or articles which he contemplates incorporating in the work. Samples of materials shall be 
submitted for approval when so directed. Machinery, equipment, materials, and articles installed or 
used without such approval shall be at the risk of subsequent rejection. The contracting officer may 
require the contractor to dismiss from the work such employee' as the contracting officer deems incom- 
petent, careless, insubordinate, or otherwise objectionable. 

Auticlb 8. Superintendence by contractor , — ^The contractor shall give his personal superintendence 
to the work or have a competent foreman or superintendent, satisfactory to the contracting officer, on 
the work at all times during progress, with authority to act for him. 

AnTrcLB 9. Delays — Damages , — the contractor refuses or fails to prosecute the work, or any 
separable part thereof, 'with such diligence as -will insure its completion within the time specified in 
article 1, or any extension thereof, or fails to complete said work within such time, the Government, 
may, by written notice to the contractor, terminate his right to proceed ■with the work or such part of 
the ■work as to which there has been delay. In such event the Government may take over the work 
and prosecute the same to completion, by contract or otherwise, and the contractor and his sureties 
shall bo liable to the Government for any excess cost occasioned tiie Government thereby. If the con- 
tractor’s right to proceed is so terminated, the Government may take possession of and utilize in com- 
pleting the work such materials, appliances, and plant as may be on the site of the work and necessary 
therefor. If the Government does not terminate the right of the contractor to proceed, the contractor 
shaU continue the work, in which event the actual damages for the delay ■will be impossible to determine 
and in lieu thereof the contractor shall pay to the Government as fixed, agreed, and liquidated damages 
for each calendar day of delay imtil the work is completed or accepted the amount as set forth in the 

(4) 
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specifications or accompanying papers and the contractor and his sureties shall Ibe liable for the amount 
thereof Provided That the nght of the contractor to proceed shall not he tennipated or the contractor 
charged -with hqmdated damages because of any delays m the completion of the work due to imforseSable 
causes beyond the control and without the fault or negligence Of the contractor mcludmg but not 
restricted to acts of God or of the pubhc enemy acts of the Government acts of another contractor m 
the performancer of a contract with the Government fires floods epidemics quarantme restrictions 
-strikes freight embargoes and unusUally severe weather or delays of subcontractor due to such causes 
if the contractor shall -within 10 days from the begmoing bf any such delj^y Cuhless the contractipg officer, 
-With the approval of the head of the department or his duly authorized representative shall grant a 
further period of time prior to the date of final settlemesiit of the contract) notify ^he contractmg of&cer 
m -wilting of the causes of delay who shall ascertam the facts and the extent of the dhlay and extend the 
time for completmg the work when m his judgment the findings of fact justify such an extension^ and 
his findmgs of fact thereon shall be final and conclusive on the parties hereto subject only to appeal, 
Tvithm 30 days by the contractor to the head of the department concerned whose decision on such 
appeal as to the facts of delay and the extension of time for completmg the work shall be final and 
conclusive on the parties hereto 

Article 10 Pemt,if$ and care of work — ^The contractor shall, without additional expefise to the 
Government obtain all required hcenses and permits and be responsible for all damages to persons or 
property that occur as a result of his fault or neghgence m connection with the prosecution of the work 
and shah be responsible for the proper care and protection of all matenals dehvered and work performed 
until completion and final acceptance 

Article 11 Eight hour law — Gonmct labor — (a) No laborer or mechamc domg any part of the 
work contemplated by this contract in the employ of the contractor or any subcontractor contrac^ng 
for any part of said work contemplated shah be required or permitted to work more than eight hours 
m any- one calendar day upon such work at the site thereof For each violation of the requirements of 
this article a penalty of five dohars shall be imposed upon the contractor for each laborer or mechamc 
for every calendar day m which such employee is required or permitted to Jator more than eight houi's 
upon said work and ah penalties thus imposed shaU be -withheld for the use and benefit of the Govern 
ment Provided That this stipulation shall be subject m all respects to the exceptions and pro-visions 
of U S Code title 40 sections 321 324 325 and 326 relating to hours of labor 

(6) The contractor shall not employ any person undei^omg sentence of imprisonment at hard labor 

t 

Article 12 Comnant against contingent fees — The contractor warrants that he has not employed 
any person to sohcit or secure this contract upon any agreement for a. commission percentage brokerage, 
or contmgent fee Breach of this warranty shall give the Government the right to tenmnate the cOn 
■tract or m jts discretion to deduct from the contract price or consideration the amount of such com 
mission percentage brokerage or contmgent fees This warranty shall not apply to commissions 
payable by contractors upon contracts or sales secured or made through bona fide established commercial 
or selhng agencies mamtamed by the contractor for the purpose of securmg husmess 

Article 13 Other contrad^ — ^The Government may award other contracts for additional wprk 
and the contractor shall fully cooperate -with such other contractors and carefully fit his own work to 
that provided under other contracts as may be directed by the contracting officer The contractor 
shall not commit or permit any act which will mterfere with the performance of work by any other 
contractor 

Article 14 Officials not to benefit — ^No Member of or Delegate to Congress or Besident Commis 
sioner shall be admitted to any share or part of this contract or to any benefit that may arise therefrom 
but this provision shall not be construed to extend to this contract if made with a corporation for its 
general benefit 



rvs-'wi’ 









Auticli! 15 Disputes — ^Except as otherwise sperafioally provided in this contract all disputes con 
ceming questions of fact ansing under this contract shall be decided by the contracting officei subject to 
■written appeal by the contractor within 30 days to the head of the department concerned or his duly 
authorized repiesentative whose decision shall be final and conclusive upon the parties thereto In 
the meantime the contractor shall diligently proceed ■with the work as directed 

AbticIiH 16 Payments to contractors — fo - V - Unlcaa otherwise " providod m the . npnmfinn . t,ifmn, pn , r fin , T 







(d) Upon completion and acceptance of all work required hereunder the amount due the contrac 
tor under this contract ■wdl be paid upon the presentation of a properly executed and duly certified 
voucher therefoi after the contractor shall have furmshed the Government with a release if required 
of all claims against the Government ansmg under and by virtue of this contract other than such olnimg 
if any as may bo specifically excepted by the contractor from the operation of the release m stated 
amounts to be set forth therem 



AnTicLn 17 Pate cf wages (m accordance with Pubhc Act No 403 74th Cong approved Aug 30 
1935 this article shall apply if the contract is m excess of $2 000 in amount and is for the construction 
alteration and/or repair mcludmg pamtmg and decoratmg of a public buddmg or pubhc work withm 
the geographical hmits of the States of the Umon or the District of Columbia) — 

fa) The contractor or his subcontractor shall pay all mechanics and laborers employed directly 
upon the site of the work unconditionally and not less often than once a week and without subsequent 
deduction or rebate on any account the full amounts accrued at time of payment computed at wage 
rates not less than those stated m the specifications regardless of any contractual relationship which 
may bo alleged to exist between the contractor or subcontractor and such laborers and iup.nham p.B n.nd 
the scale of wages to be paid shall be posted by the contractor m a promment and easily accessible place 
at the site of the work The contractmg officer shall have the right to •withhold from the contractor 
so much of accrued payments as may be considered necessary by the contractmg officer to pay to laborers 
and mechanics employed by the contractor or any subcontractor on the worl the difference between the 
rates of wages required by the contract to be paid laborers and mechanics on the work and the rates of 
wages received by such laborers and mechanics and not refunded to the contractor subcontractors or 
their agents 

(6) In the event it is found by the contracting officer that any laborer or mechanic employed by the 
contractor or any subcontractor directly on the site of the work covered by the contract has been or is 
bemg paid a rate of wages less than the rate of wages required by the contract to be paid as aforesaid 
the Government may by -written notice to the contractor termmate his right to proceed with the work 
or such part of the work as to which there has been a failure to pay said required wages and prosecute 
the woik to completion by contract or otherwise and the contractor and his sureties shall be hablo to 
the Government for any excess costs occasioned the Government thereby 

(c) For the purpose of said act every person while performing work of a laborer or mechanic on the 
pubhc ivork covered by this contract is to be regarded as employed as a laborer or mechamc by the 
contractor or subcontractor regardless of any contractual relationship alleged to exist between the 
contractor or subcontractor and such laborer or mechamc 

(d) The pay rolls of the contractor and all subcontractors and agreements made by the contractor 
or subcontractor or any other party relatmg to the employment of laborers or mechanics or the per 
formance of the work of laborers and mechames on said buildmg and to the wages or compensation to 
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be paid therefor, are to be open to inspection bj the pontracting. officer at suph times as the latter may 
elect, provided that such inspection shall not interfere with the proper and orderly prosecution of the 
work, and that a clearly legible statement of the rates payable as aforesaid under this contract shall 
be posted by the contractor in a prominent and easily accessible place at the site of the work so th^t 
such statement may be seen at any time by persons engaged on the work. 

(e) If it should be found by the contracting officer that any laborer or mechanic employed by the 
contractor or any subcontractor on the public work covered by this contract has been or is being paid a 
rate of wages less than the prevailing rate/}f wages, as aforesaid,, the Goveipment may, by written notice 
to the contractor, terminate his right to proceed with the work, or such part of the work as to which 
there has been a failure to pay said prevailing wages. In such event, it is imderstood and agreed that 
the Government may take over the work and prosecute the same to completion by contract or otherwise, 
and that the contractor and his smeties shall be liable to the Government for any excess cost occasioned 
the Government thereby. 

Abticlb 18. Domestic 'prejerence . — In the performance of the work covered by this contract the 
contractor, subcontractors, material men or suppliers, shall use only such unmanufactured articles, 
materials, and supplies as have been mined or produced in the United States, and only such manufactured 
articles, materials, and supplies as have been manufactured in the United States substantially all from 
articles, materials, or supplies mined, produced, or manufactured, as the case may be, in the United 
States. The foregoing provision shall not apply to such articles, materials, or supplies of the dass or 
kind to be used or such articles, materials, or supplies from which they are manufactured, as are not 
mined, produced, or manufactured, as the case may be, in the United States in sufficient and reasonably 
available commercial quantities and of a satisfactory quality, or to such articles, materials, or supplies 
as may be excepted by the head of the department tmder the proviso of title III, section 3, of the act of 
Congress approved March 3, 1933 (U. S. Code, title 41, sec. 10b). 



Abticle 19. Nonrelaie. — (a) The contractor shall furnish to the Government representative in 
charge at the site of the work covered by this contract, or if no Government representative is in charge 
at the site, shall mail to the Federal agency having control of the project, within 3 days after the pay- 
ment of each and every weekly pay roll, an affidavit in the form prescribed by r^ulations issued jointly 
by the Secretary of the Treasury and the Secretary of the Interior tmder date of January 8, 1936, to 
be effective on and after January 15, 1935, or any modification thereof pursuant to the act of June 13, 
1934 (48 Stat. 948), sworn to by the officer or employee of the contractor supervising such payment, 
to the effect that each and every person employed on the work has been paid in full the weekly wages 
shown on the pay roll covered by the affidavit; that no rebates or deductions from any wages due such 
employee or employees have been made either directly or indirectly; and that to the best of the knowledge 
and belief of the affiant no agreement or understanding exists with any person employed on the project 
pursuant to which any person, directly or indirectly, by force, intimidation, threat, or otherwise, induces 
or receives any deductions or rebates in any manner whatever from any sum paid or to be paid any 
person for labor performed in carrying out this contract. At the time upon which the first affidavit 
with respect to wages paid employees is filed the contractor shall also furnish an affidavit setting forth 
the name of the officer or employee who supervises the payment of employees and stating that such 
officer or employee is in a position to have full knowledge of the facts set forth in the affidavit respecting 
the payment of wages of employees. In ,the event that the contractor is a corporation the second affidavit 
herein described shall be executed by its prudent or a vice president; in case the contractor is a partner- 
ship such affidavit shall be executed by one of the partners. A similar affidavit shall be filed immediately 
in the event that a change is made in the officer or employee who supervises the payment of employees. 

(i) The contractor shall cause appropriate provirions to be inserted in all subcontracts relating to 
this work to insure fulfillment of the requirements of this article. 



Abticle 20. Additional securUy . — Should any surety upon the bond for the performance of this 
contract become unacceptable to the Government, or if any such surety shall fail to furnish reports as 
to his financial condition from time to time as requested by the Government, the contractor must promptly 
furnish such additional security as may be required from time to time to protect the interests of the 

Govenmieiit and of persons supplying labor or materials in the prosecution of the worir contemplated 

by the contract. 

GO ifi— siw 
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Abticle 21 Tiefimiwns — (a) The term head of tiie departmemt as used hp-rmn ahnll mean the 
head or any assistant head of the executive department or mdependent estabhshment mvolved and the 
term his duly authorized representative shall mean any person authonzed to act for him other than 
the contractmg officer 

(5) The term contractmg officer as used herem shall mclude his duly appomted successor or his 
authonzed representative 



AbtiCTiB 22 AtieraMons — The followmg changes were made m this contract before it was signed by 
the parties hereto ParigratShs (a), (b) and (c) of Article and ifrt4Lcle» 

23, 24, 25, 26, 27, 28, 29, 30, 31 and 32 added 



In Witness Whbkeof the parties hereto have executed this contract as of the day and year first 
above written 



Two w^nesses 



THE UNITED STATES OB’ AMERICA 
By 

O D Cuny> Signal Corps, 

ContjcactiiTg Of fiiMr 

(Office titi^ 







^J^acinjo- ^ 

» \Oon 



Contractor 



(Buslpess ddies ) 



r js) 



i. 
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AeticIjE 23 Terynmation when contractor not %n defavlt — m the opinion of the contracting 
officer upon the approval of the Secretary of Wai the best interests of the Crovemment so lequire 
this contract may be terminated by the Government even though the contractor be not in default 
by a notice in wiitmg relative tliereto from the conti acting officer to the contractor In case such 
notice be given the contractor this contract shall terminate ipso facto upon the giving of said no 
tice Upon such termination the contractor shall forthwith delivei to the Government fob point 
of assembly m their then state of completion all articles spare paris drawings and other infer ma 
tion and things called for herein not previously delivered and all work in process materials and 
fabiicated parts acquired and/or produced by the contractor for the performance of this conti act 
and the Government shall then forthwith pay the contractor ail amounts if any remaining due 
and unpaid under this contract for completed articles spare parts drawings and other information 
and things called for herein theietofoie completed delivered and accepted bj the Government and 
ihe Government shall also forthwith pay the contractor foi all partially completed articles spare 
parts work in process materials fabr cated parts drawings and other information and things to 
be so delivered hereunder an amount to be computed as follows 

(а) There shall be deterinined by an audit conducted by or for the contracting officer the total 
net amount of all expenditures and obligations made and/or incurred by the contractor under this 
contract in designing manufacturing and delivering said partially completed articles spare parts 
work in process materials fabricated parts drawings and other information and things so deliv 
eied hereunder 

(б) The contractor and the contracting officer shall agree upon an estimate based on the fore 
going audit and any other pertinent data of the net cost to the conti actoi of fully completing and 
delivenng said partially completed articles spare parts drawings and other information and things 
called for herein all in accoi dance with the requirements of this con ract had it not been tei*minaled 
including in such estimate aU cost previously incurred under this contract in designing and manu 
facturing said partially completed articles spare parts drawings and other information and things 
as well as those costs which would be required in the future for the entire completion and delivery 
thereof In the event of the failure of the contractor and the contracting officer to arrive promptly 
at such an agreement said estimate shall be determined in the manner provided in this contract for 
the adjustment of claims and disputes 

(c) The percentage which the foregoing item (a) is of item (6) shall then be determined and 
a sum of money equal to that same percentage of the total contract puce (plus or minus any additions 
or deductions foi changes) of such partially completed articles spare parts diawings and other 
information and things had they been completed delivered and accepted in accordance with the 
terms of this contract shall then be computed 

(d) The total of all payments if any previously made to the contractor on account of such 
partially completed articles spare parts drawings and other information and things shall then 
be ascertained 

(e) The contractor shall then be paid the same sum of money computed in accordance with 
(c) above less the total of item (d) 

Upon the ma ki ng of said payments all obligation of the Government to make further pajnnents 
or to carry out other undertakings hereunder shall cease forthwith and forever except that all rights 
and obligations of the respective parties under the Articles if any of this contract applicable to 
patent infringements and reproductions rights diall remain in full force and effect 

Article 24 Federal tax — Prices bid herein include any Federal tax heretofore imposed by 
the Congress winch is applicable to the maternal on this bid If any sales tax processing tax ad 
justment charge or other taxes or charges are imposed or changed by tlie Congress after the date 
set “'or the opening of this bid and made apphcable directly upon the production manufacture or 
sale of the supplies covered by this bid and are paid to the Government by the contractor on the 
articles or supplies herein contracted for then the prices named in this bid will be inci eased 01 de 
creased accordingly and any amount due the contractor as a result of such change will be charged 
to the Government and entered on vouchers (or invoices) as separate items 

The puces herein do not mclude any Federal taxes from which exemption is granted or as to 
which a credit or r^ufid is provided for under the provisim^ S€il^9fe9 P Revenue Act of 

1935 (act of August 30 1935 49 Stat 1014 1025-1026) /nor any ^imposed by a State county 
or municipality upon the transaction of this procurement of these materials 
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« 9ht 9&tAi^aijeftar bol 4 «s 4 <ccr* ^ 
ii 9 sigw^'^ «nd h^nplfMia tvm. IS^WA^ of s^f 

Haider* w ttiMg coiii3 «ftd for t%r <iigi Mwouni of Mgr |>«i«aiad 

rr laep^tenied Ia¥<(imti9n« •rtiQl«ir «Qr «|)pl.t»ne» «aniif4toii.ur»4 or U0«4 in th« p«r» 
fornanQ# of thi« <M»ir»o1;| ianitt4^i^ l^«lr n»n hf thm QtiiTeaemMA* 



^IGIS M fi[^ogGi<iiao» Bead, « »wadL wltli 0O»9%f jirti^faetory to tb» 
wmiraotii^ foarant^ bho fol^hjhfl. parfofmaft* of tiw# pttxf%Mim» 

of tMff mxitraot «h«Xi horoidih ia Ut« mat of ten poroent (10^) 

of t]b« tot«i oomldoratloa of ihl» oontraot# 



iiStSOlM Win Poraent 8004* • f«jnw»nt Sood, with n anroty or onrotio* 
ontiefootwjr to th« omtr«etiit« offlcor for tfeo protootlen of «li poroom wp-* 
pijrtoff lobor «*t mfftcTlBX in ttio IwroiooutloBi of tbo work provl< 4 o<i for in thi* 
oootrawjt for t^« u«« of oxwfe ««oh pormms eheill bo ftmilohod horowttix 1 « tbi 
oon of fiftjr r«ro«nt {^) of tbo totsi oanalderation of thlo ««mtr<u»ti» 

$Mmm m* ** tb» A«t or Coag3^eo# {FobU# 

1405 * 74 th Oon^roato)* i^prwod Aa^t 50 ^^ i935» *tn lusiond tbo »ot igspremrod 
Morcih 5|i 1751» roXotW to the raioo of ortipoo for Xobororo end meohanieit «>• 
idloyoi bgr Contractor* and H»b«<jntraotor» on PuMie twildlago** appHoo I* 
thi» cKmtract and in aocordsnoo *lth th* pro»laioei» of oaitl ^ot, the folXcolnff 
echoduio of nindma bour «af* rateo bee boon detersainod hf the SeorotEirf of 
tabor to b« th* proraiilng ratijo of we^fo* for th« orafta apeoifled to tw «o- 
jslojrad on th« trt9iall**tion of * froteotiro Sr»t«n *t 'Taebington, S*C*t 






C«n7«nterfiir JournejmcNQ 

BXectriolfiw 

lAborera 






♦ 1 * 34 - 1/4 

i*ao 

1 * 57 - 1/7 



A«ar olMO of laborer* and noohanic# 

not listed in the pranodlnff paragraph, which will be «a*»lo 3 ra<J m this oerntraot* 
*h<U bo ol«B8lfi«4 or r<K>Ift«ifl*d «<«rcmahly to the fcragolng eehodnlo* In tfa» 
#ranfc the iateraated parties Cfjmot aijroc ««t the proper olaaalfloatloo or refolw- 
sific^tlon of a particular clasa of Ihborera and ttoohanlca to be usikI, the ouaotion, 
•oeodapanlei Igr the i*ooe«ef>iattcn of the eontraotlng of/loer, ahali bo referred 
to the seoretorf of labor for final detoralnatlon* 

IWICtJS m - (*> * prArat* In- 

dividual, firm or corparatton tmleh enter* Into * contract to engag* ia tecbnieal 
Tfcrk fw the ®ar &*'-i»rte»nt boc<3»3i»» rmiponslhle in »-\ttere within hi* or It* con- 
trol for the •afegunrdlag of ell *<wr«t, confidentlali or restricted natter* that 
mf be diaolooed th.it awi^ fee darrelopcd in eonnectltwt therewith 

Cb) Contractor* arc reapofuilblc %h%% all «lac*lfied project* allotted to sub* 
contractor* or agent# erc full/ protected V a aledl r agreccsent. 



TtUl 



■tesTColXU 






micm |gagto,.a«ssteliili^,.&^ 

"• At ib» %im of ftcqplotlcMi of thi* |jewiall»tloO||, ocarv- 



tr»otor DthKiX mvatwdi iot le^^iptmoX «»d j|A aooordbneo with tho fooorol proviolotw 
of the»» «^$qiuljrw»^ oooiploto drowln^o is <juftdra^il«at 0 of tfa» wiurlctui lt«mi 
«so lasito re<tulr«<i for th» isstftXXation* eaa^lot* wiring 4imgnum ahowin^ th» 
mAtmr of w>d Amt*^JLXir^ otoh of th« warioao tsilia moa gonor*! in- 

atrmtiom for the r«g^l»e smlnteneno* end IrMt^tlon tiwi teats of th« 

AOTiCU H, 3ay.po4^.otu , « XsapoQtien wtiX l« m<kt iho :!)ffieinr is Ob^rgtt, 
Signal Istollljseaeo Sorriee^ 'Offlcs* of the Chief SiftseX Otflcw^ who will ««r- 
«e to the ffttlafftOtoi^ perfotratnoe of the eerrioos ep«olfi«4 in Artiele X 
hereof* the CostraotiRe Officer ehretld be iOK'tlfie4 ehen naterUX 1» re«d||’ for 
isspecation* 

- «»«> ^ isounatiott he» been 

&n»aior shall fomSeh » reeponeible tM^vsloed ecqpert to give 
ojnttm one thorou^jh ehecking endi eontpleie testing and e4Jttatoei^« 
the system «h?JLl ho guaranteed for a perttod of one year egnln'it aeehanieal de- 
fects* 
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[CONBTBTZCIION CoNTBAC ] 



tJ s Staiular(irotxa]|o aS^CReyl edSept mbeiS 1035) 

I certify that I am the 

^ y ^ ^ secretary of the corporation named as contractor herem 

that 

who signed this contract on^^aehalf of the contractor was 

corporation that said contract was 
duly signed for and m behalf of said corporation by authority of its governing body and is withi^ 
scope of its corporate powers 



ujL tuo vuxpuia»u.uu uciuuMi tu 

then 

of said corporation thai 







fCO&POKATK 
— •“ I BXAL 






1 



I hereby certify that to the best of my knowledge and behef based upon observation and mqmry 

•' who signed this contract for the 

had authority to execute the same and is the individual who signs piTmlnr 
contracts on behalf of this corporation with the pubhc generally 



This contract is authorized by the acts of No special act 









&Ji I -e-x- fta-lj 1 ^ . » 



DIRECTIOijJs FOR PREPARATION OF CONTRACT 

1 This form shall be used for every formal contract for the onstruction or repair of publi bu Idmgs 
ts u will n t b r qiuied m fore gn untnes 



Cont act ng Officer 



“■ JT 



vf ks but 



2 There shall be no deviation from this standard contract f rm except as provided for in these directions and exc pt 
as authorized by the Director of Procurement Where nterhneat ns d 1 t n addit n other alt at ns are pe 
mitt dp fin tat n of the sam hall be e te d n the blank, spa e f Ilow ng the a t cl nt tied Alt rat n bef e 

signmg This article is n t to b nst d as g n al auth nty to deviate from the standard form D 1 t n f the 

de cnptive matter not apphcable m the preamble n d n t b n ted m th arti le ent tied Alterat ons 



3 The blank spa f Art cl 1 is nt nd d f 
place of performance r f th enum rat n pap 



the insert on of a statement of the wo k t 
which contam the necessary data 



b d n t g th w th 



4 If it IS deemed nec ssar j to m lude an article on patents the Invitat n to Bidder hall tat and the foUowmg 
art cle be u ed 

A-Rrprnr.Ti _ Pal nts — ^The contractor shall hold and save the Government ts office ag nt ervant 
and employe harmle £r m li b Uty t any nat kind ncludmg cost and expenses fro n acc unt of 
any pat nted o unpatent d mv nti n art 1 apphanc m nufactu d o u d n the perfo mance of this 
contra t in ludmg th u e by the Goiemment 

Whe e anv patent p t nt are t b pted f om the p rat n of this art I u h exc pt ns will b p cifi ally 
stat d by ref ren e t the pat nt numb dat of i sue and nam f p tentee m a p vi t be added to the art cle 



5 Where 
Payment to 



nly ne pa>ment s c nt mplated upon completion of the oontraqt aU ex pt paragraph (<f) f Art le 16 
Contra to must b tn ken ogt 



8 If approval of the contract is required before it shall become bmdmg the f 11 wing art 1 mu t b added 

ABmcim Approval — This ci^tract shall be subje 1 1 the wntt n app val f 

_ and shall not be b ndmg until s app ved 

Contracts subiect to appr v 1 are n t valid until approved by the authority designated to approv th m and th 
c ntractor s opy will not be dehvered nor any distnbut on made until such approval AU changes and deletions must 
hav been mad b fo the contract is f rwardedf r app \al 



7 The number of e outed c pies and f ertified 
am unt f bond des gnation of place of nspect on 
d p rtment t wh ch th c nt act p rtains 



p es designat on of disbursing offi er statement f appropnat n 
weU a th admmistrat v details shaU be a d e ted by the 



(9) 
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8 All blank spaces must be filled m or ruled out The contract must bo dated and tbe bond must b a tlie same 
or subsequent date 

9 An oiliccr of a ooipoiation a member of a portnerdup or an agent signing for the principal shall place bu signature 

abd title after tlie vrord 'By under the name of the prmcipal A contract executed by an attorney or agent on behalf of 
tho contractor al all be accompanied by tvo authenticated copies of hia power of attorney or other evidence of his authority 
to act on iKfiialf of the contractor 1 ^ ^ 

10 If U o contractor is a coiporation one of the certificates following the signatures of the parties must be executed 
It the contract Is signed by the secretary of tlie boriwfation then the ftrst certificate milst be execnted by some other officer 
of the corporation under tlie corporate seal or the second certificate e ccutod by the contracting officer In lieu of either 
of tlie foregoing certificates tl era ma} be attached to the contract copies of so much of the records of the coriroTation as 
will si nw the official cliaraeter and authority of the ofilcer signing^ duly certified by the secretary or assistant societary 
under tl o orimrato seal to be true copies 

11 Tlie full name and business address of the contractor must be inserted and the contract signed with his usual 
signature Typcwnle o print name under ell signatures to contract and bond 

I J o 

12 The cdntraeting oifioer must fill m the citation of tho act authoriu ng the ontraet as indicated at the end of the 

last page of tho contract ' oi . u 

lU all ■> 1 j 

13 The Invitation Bid, Acceptance ami Instructions to Bidders are not to be mcorporated m the oontraot 

14 Tho epccifications should include a paragraph stating the amount of hquidated damages that will be paid by the 
contractor for each calendar day of delay ns indi ated in Article 9 of the contract If time is not of the essence of the 
contract tho words No liquidated damag^ or an (jquivalwt phrase should be inferred on the reverse ado of^tipidard 
Form No 20 So much of the language m Article b as relates to hquidated damages shall ihen be deteted 

16 Additional contract provfnona and nstruot ona, deemed necessary for the particular wo k not inconsistent with 
tho standard forms nor Involving questions of poliqy may be incorporated m the speafications or other accompanying 
papers ^ u 



t 



I 



lo-a fs 
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IN REK.Y 
MFERT* 



a. 4«75 



WAR DEPARTMENT 

OFFICE OF THE CHIEF SIGNAU OFFICER 
WASHINGTON 



9 




March 8, 1940 

Ea.ectro-Protectivc Corporation, 

1605 Court Square Building, 

Baltimore, Maryland. 

Attention of Mr. Robert S. Meyers, 
Commercial Manager. 

Gentlemen: 



In accordance with the terms of your bid dated February 
23, 1940 , submitted in compliance vdth Invitation (R-4875) Tf 1049- 
4O-I for furnishing all material and labor and performing all work 
required in the supply and installation of a complete local electric 
burglar alarm system in Rooms 3335 to 3337 .inclusive and Rooms 3341 
to 3350 inclusive. Munitions Building, Washington, D.C. including 
the corridor within the area, which bid \rajs accepted by the Govern- 
ment on March 8, 1940, you are hereby given notice to proceed 
with the Trork provided therein. 

Contract is being prepared on U. S. Standard Form 23, and 
will be forwarded for your signature as soon as practicable after 
receipt of acknowledgment of this letter. At the same time Perfom- 
ance Bond and Payment Bond will be forwarded to you for execution. 

This is yotir formal notice to proceed with the work, and 
the performance time of your contract starts on the day this notice 
is received by you. Likewise, actual work must be commenced imme- 
diately after date of receipt of this notice to proceed and will be 
dompleted within 21 calendar days from that date. 

Very truly yours, 

( 



Contracting Officer. 



C. D. Cuny, I 

Major, Signal Corps, 



TO: The Contracting Officer, Room 3428, Munitions Bldg., Washington, D.C. 

The above notice to proceed was received on Ii4> 

ELectro-Protective Corporation, 

/ .'fl I 



-RKFRteTEB- 



(Signature & Tit^e) 






Btandaxa ITODBi Xo 90 
ijIproTad by the PiMldHit 
Nov U lass 



w 



'o'csi^ ' ZHVITAHON: no, (R-4875) W 1049ie4i>.rl 



STANDARD GOVERNMENT FORM OF INVITATION FOR BIDS 

(CONSTRUCTION CONTRACI) 

/ 



WAR DSPARTMENT 



Office of the<W£S!fflP‘‘Slgnal Officer, n 

Supply Dlv ialoii. „ ^ 4fm3J,tlanp Bldg , 

*t 1 I Mqait ?4S6, 

(Place) Wt.shi ngton, D ^ G _ 

* - J - -rrr, -»JS * ^ ■» 

(Date) _Jebruaz 7 Jfi,. 1940 

8 EALB D BIDS jnj ^ conditioiis contained herein will be received 

^ xebruary 26 IMO*' at U 00 A 1 T ^ ^ 

aU labor and materials and performing all work &E necessary in the supply and installa- 
tion of a complete local electric burglar alarm system in the Munitions Bullfd- 
ing Washington D C , in accordance with Signal Corps Outline Specifications 
dated February 8 1940 (RESTRICTEl) DOCUMENT NO 2) 

Price q,upted must include all costs incident to the supply and installation of 
the copiplete apphratu^ ret^ulred ^ 

• I -5 

LOQATIcai i Bidders desiring to inspect location will apply to the Contracting 
o'ff'icer or his authorized representative ^ „ j. * » 

S -r 

DELIVEBY OR HERFOEMANOE Work shall be commenced immediately upon receipt of 
notice to proceed and shall be completed within twenty-one calendar days from 
that date« 



INFOBMmON PERTAINING TO HESTRICyED DOCUMENTS In order to obtain a complete 
set of RESTE2IGTED DOCUMENTS applicable to this Invitation for Bids it will be 
necessary that the A^fEEMEIJT - RpSTRipTED constituting INCLOSDRE NO 1 hereto 
be properly executed in duplicate - the original copy to be forwarded to the 
Contracting Officei;, Division Office of the Chief Signal Officer Room 

Munitions J|uildi^ Washington DC, the carbon copy to be retained 
* ^ X ^ <'f J'R«* I 



3426 



A I 

1 



J * 

I ». 



4 

t I < 

if 

fiBtfteB- 
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Where copies of xilans are requested a deposit of $ None 
return 



•will be requiied to insure their 



Guarantee •will bo required •with %ach bid as follows 

(S pongniphs fl t ti t Bldd ) 



Vfeived 



Performance bond will be required as follows Standard Form No^ 25 - Revised to be exe- 
cuted in the sum at ten percent (lOjS) of the total consideration of the contract 
PAYMENT BOND Payment Bond will be required in the amount of fifty percent {50%) 
of the total consideration of the contract 

Liquidated damages for delay ivill be reQ-Uired at the rate of $10 00 per day for each 
and every day of delay beyond time specified for the completion of the contract 



I 

•wdl notl made 

CBMArtl 1 ~ « 



00 t t) 



Article on patents | | be made a part of the contract 



(S diroctf 



back tit) 



DOCUMENT NO 1 

Bids must bol&jim^|upon®the StanSarl^fovel^^nif&%f Si^IUe auLe" 
bo required to ereouto the Standard Government Form of Contract for^Construotion( Stand Form 
No 23 - Revised) - copy attached 

The right is reserved as the mterest of the Govenunent may require to reject any and all bids 
to waive any mfomiality m bids received and to accept or reject any items of any bid unless such b d 
13 qualified by specific limitation 



Envelopes containing bids must be sealed marked and addressed as follows 



Bid for Supply and, installation of Burglar Alarm Byatem 
To bo opened February 26 1340 at 11-00 A IL ^ 



InoloBure No 1 

AGREEVENT - RESTRICTED in dup 



N — S Sta d d G 



C D Guny''^ 
JS^lorj. Signal Cpi^ps U S' Arn^j 
Contracting Officer 



meat In t u t on t B dde and c py f the Standa d Government roim of Cont a t 

which arc attached and are 



forwarded for your information including Reply Envelope - RESTRICTED 
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StoTulara rvjton No 31 
Apoioved Toy tho Pnsidont 
Noy 10 lOao 



LL.OI 



L_L/ 

OGSIGO. INVITA.TION NO. (R-4875) W 1049-^0-3-*) , 



STANDARD GOVERNMENT FORM OF BID 

(CONSTRUCTION CONTRACT) 



( Constituting RESTRICTED DOCmSKT NO. 1 
attached to and forming part of OCSKJO. 
INVITATION NO. (R-4875) ff 1049-40-1, ) 



To .... 



^p^gg^Albea Bldg .^ rfaa hlng ton| D»C. 

(Uaiej JrM 



— tXT^TCCcrtiiig- OfftcreT", --Supply ■Di'^i'STon, 

Office of the Chief Signal Officer, 

RoonS4E6, irottiltltsnsr'BalliJliig-,' 

Washington, D. C. 

In compliance -with youi m-vatation for bids dated Fabnwy 16* 1940 
and subject to all the conditions thereof, the imdersigned 

a corporation oigamzed and existmg under the laws of the State of H«w Jersey 
a partnership consistmg of 

— " l '■> 7 j'' t < . I' 



I* I ' 



or an mdividual trading as 



rl 'q r ' 



" ■'i '■1 



of the city of Newark 

hereby proposes to furnish a^ labor and material^ and perform all work reqmred -(^ne 

supply and installation of a complete local electric burglar alarm system 
in Rooms 5555 to 5537. inclusive and Rooms 3541 to 5350 InclusiTe. Munitions 
Bulldi.ng. Washington. D. C. . including the corridor within this area. 



m strict accordance with the specifications, schedules, and drawmgs, described in Signal 

Corps Outline Specifications dated February 8, 1940, (RESTRIGIED D0CU13ENT NO.fil 
for the consideration of * 

TRIRTT-THREB HURDRED DOLLARS (|33C».00), 

Cwrtiflwdt A trtui eojpy. 



Sc Cuny^ itajor* Si 



Corps 



RESTRieTtd- 



REF ID:A71995 




^ < a 

I p rti 



i-ffa ^'-"r 



The undersigned agrees, upon receipt of written notice of the acceptance of this bid within 
days (GO days if no shorter penod be specified) after tj;ie date of opening of the bids, to execute the 
standard form of Government contract, m accordance with the bid as accepted, and give bond, with 
good and sufilcicnt surety, or sureties, for the faithful performance of the contract, withm 10 days after 
the proscribed forms are presented for signature 

immediatoly 

Performance wiU begm TWjithig . / ealeBdtHfudass&T after date of receipt of notice to pioceed 
and will be completed withm 2 I calendar days from that date 

{* The words "that date” refer to date of receipt of notice to proceed.) 



ELECTRO-PaOTBCTIVE CORPORATION 

» 

By N iobeii; 3. I^ ijrar n (Signed) ‘ 

Itobert 3. Ueyera^ CGomerolal Ifoxiager, 
Albee Building, Vashington, D. C. 

1.6Q$.i3fiurt Bnuarn lQ.dg.^ .Baltinorn^ Ifd. 

(Business 8ddre<!s) 



Nots — ^Rcad Standard Government Instructions to Bidders before preparing this bid 



(2) 
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0 S Standard Form No 25 (Revised) 

Approved by the Secretary 
of the Treasury 
Sept 16, 1965 

PERFORMANCE BOND 



(CONSTRUCTION OR SUPPLY) 



BOHD HO. 1846547 



Imotu all jUlen hp ttjesie ^regentjf. That we, EIXCIRO protective CORPORATIOH* 



a oorporation of the Stat® of Hoifsd^:^tAS®n3 4 5 and?) 



as Pbincipal, and THE FIDELITY AND CASUALTY COMPAMY OF HBff YORK. A CORTC^TIOK 
Of the State of H«w York, with principal office at 80 Maiden Lane, Hew York 



Hew York 



fSoft Instructions 2 3 4 and 7) 



as Surety, 



are held and firmly bound unto the Umted States of Amenca. heremafter called the Government, xn 
the penal sum of THESE ^DRED FIFTY AKD 60/10®. III 


for the payment of which sum well and truly to be made, we bmd ourselves, our heirs, executors, 
administrators, and successors, jomtly and severally, firmly by these presents 



The Condition of this Obligation is such, that whereas the prmcipal entered mto a certam 
contract, hereto attached, ivith the Government, dated March 14 , 19 40 , for 

supply & inatallation of eomplete electric burglar alarm system in Munitions 
Building, Washington, D. C. 



Now THEREFOEB, If the prmcipal shall well and truly perform and fulfill aU the imdertakmgs, cove- 
nants, terms, conditions, and agieements of said contract durmg the ongmal term of said contract 
and any extensions thereof that may he granted by the Government, with or without notice to the 
surety, and durmg the life of any guaranty required under the contract, and shall also well and truly 
perform and fulfill all the undertakmgs, covenants, teivas, conditions and agreements of any and all 
duly authorized modifications of said contract that may hereafter be made, notice of which modifi- 
cations to the surety bemg hereby waived, then, this obligation to be void, otherwise to remam m full 
force and virtue 

/ / 

In witness whereof, the above-bounden parties have executed this mstrument under their several 
seals this 16th day of Meroh ,19 40, the name and corporate seal of each 



( 1 ) 
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corpoiato parly bomg hereto affixed and these presents duly signed by its undersigned representative, 
pursuant to authority of its governing body 

In presence of — 

[seal] 

Oiidivldual pcmclpal) 



(Address) 



(Business address) 



[seal] 

(Individual principal) 



(Address) 



(Address) 



(Address) 



(Address) 



(Address) 



(Business address) 




(Individual principal) 


[seal] 


(Bu mess address) 


TsealI 


(Individual principal) 


(Business address) 


(Individual surety) 


[seal] 


(Business address) 


. TsealI 


(Individual surety) 


(Business address) 



Attest 




SLBnihD.J*QTECllYK.JCnia«HAKa» 

(Corporate principal) 



(Business address) 







Arrix GORPo 1 
BATE SEAL J 



Attest 



(Corporate surety) 




The rate of prenuum on this bond is $5-»0Q. per thousand 

Total amount of premium charged, 



(The above must be filled in by corporate surety) 
(2) 10—2202 
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CERTIFICATE AS TO CORPORATE PRINCIPAL 



[PEBFOKMANCn BoNd] 
1 



secre- 






I, , certify that I am the . 

tary of ihe corporation named as pryicipal m the ■withm bond, that 
, 1 ~ - /} ■'^to signed the said bond on behalf of fhe principal, wae then 

of said corporation, that I know his signature, and his signature thereto is genuine ^ 
^ndthatsam oond was duly signed, sealed, and attested for and m behalf of said corporation by 
authority of its govermng body 




OOEPOEATEl 
BEAL J 



State op 

County op. 



AFFIDAVIT BY INDIVIDUAL SURETY 

J- I 91-l.J (.1 il uWs Ullj L )i ' 



SS 



I, ” ” , bemg duly sworn, depose and say that I am 

one of the sureties to the foregomg bond, that I am a citizen of the Umted States, and of full age and 
legally competent, that I am by occupation a ' , 

for last past doing business at 

m 

and residmg at in , 

that I am worth m real estate and personal property the sum of _ _ _ 

dollars over and above (1) aU my debts and habilities, owmg and meurred, (2) any property exempt from 
execution, (3) any pecuniary mterest I have m the busmess of the principal on said bond, and (4) ^ny 
mterest I have m any so-caUed commumty property, that I am the sole owner m fee simple of certam 
real estate described as follows, which is located at 

I !iril to t iri» I'jtTi • h ‘‘r u t i 'i" 1 ' "*■* ftnorf q-f ( <■ t „ f j 1 > . ' ■> 

(ct) ■ _ T J n Ji, 

(Desenptlon of property) 



_ cjii 

that the fair valuation of said real estate is ($ ) , that the assessed value of that property 

for taxation purposes is ($ - ), that said property is not exempt from seizure and sale under 

any homestead law, commumty, or mamage law, or upon attachment, execution, or judicial process, 
that the mortgages or other encumbrances agamst said real estate are the foUowmg . , 

( 6 ) 



and that there are no encumbrances agamst said real estate other than as above stated, that my liabdities 
owmg and meurred do not exceed $ , m addition to the real property above described, 

I am worth the ^sum of $ _OLver and above my just debts and habilities m property subject 

to execution and sale, and that the additional personal property consists of the foUowmg 



(Desenbe personal property fully) 



(3) 
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That I am not surety on any other bonds, except as follows: 



(d) 



(State character and amount of each bond. If not on other bondi, so state) 



That I am not a partner in the business of the principal on the bond or bonds on which 1 appear 
or may appear as surety. This affidavit is made to induce the United States of America to accept me as 
surety on the foregoing bond. 



(Signed) 

(Surety’s signature) 



Subscribed and sworn to before me this 



day of 



19 



9 



at 



[official seal] - 

(Ti’cle of official iiflTDmi^tKrir.fr ooth) 



State op. . . 
County of. 



AFFIDAVIT BY INDIVIDUAL SURETY 



8s: 



I, , being duly sworn, depose and say that I am 

one of the sureties to the foregoing bond; that I am a citizen of the United States, and of full age and 
legally competent; that 1 am by occupation a , 

for last past doing business at 

in 

and .residing at in ; 

that 1 am worth in real estate and personal property the sum of 

dollars over and above (1) all my debts and liabilities, owing and incurred, (2) any property exempt 
from execution, (3) any pecimiary interest I have in the business of the principal on said bond, and (4) 
any interest I have in any so-called community property; that I am the solo owner in fee simple of certain 
real estate described as follows, which is located at 



(o) — 

(Description of property) 



that the fair valuation of said real estate is ($ ); that the assessed value of that property 

for taxation purposes is ($ ) ; that said property is not exempt from seizure and sale under 

any homestead law, community, or marriage law, or upon a.ttac.hmcnt, execution, or judicial process; 
that the mortgages or other encumbrances against said real estate arc the following: 

( 6 ) 



( 4 ) 
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and that there are no encumbrances against said real estate other than as above stated; that my liabilities 
owing and incurred do not exceed $ ; in addition to the real property above described, 

1 am worth the sum of $ over and above my just debts and liabilities in property subject 

to execution and sale, and that the additional personal property consists of the following: 

(c) 

(l>escri7)e personal inropert^ fully) 



That I am not surety on any other bonds, except as follows; 



id)- 



(Stats character and amonnt o( each bond. U not ou other bonds, so atate) 



Tliat I am not a partner in the business of the principal on the bond or bonds on which I appear 
or may appear as surety. This affidavit is made to induce the United States of America to accopt me 
as surety on the foregoing bond. 

(Signed) 

(Surety’s slRSuture) 

Subscribed and sworn to before me this day of 19 , 



at 



[official sbal] 



Note. — See Instruction No. 10 before executing the following certificates. 



CEHTinCATE OF SUFFICIENCY 



(Title of official administering oath) 



1 HHREBT CERTiFT, That , one of the sureties named 

above, is personally known to me; that, in my judgment, said surety is responsible, and qualified to act 
as such; and that, to the best of my knowledge and belief, the facts stated by said surety in the foregoing 
affidavit are true. 



(Official title) 



(.Iddresi) 



CERTIFICATE OF SUFFiaENCY 

I HERBBT CERTIFY, That , oBo of the sureties named 

above, is personally known to me; that, in my judgment, said surety is respondble, and qualified to act 
as such ; and that, to the best of my knowledge and belief, the facts stated by said surety iu the foregoing 
affidavit are true. 



(Official title) 



( 6 ) 
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INSTRUCTIONS 

1 Tills form shall bo used for construction work or the furnishing of supplies, whenever a bond is 
required There shall be no deviation from this form except as authorized by the Director of Pro- 
curement ' til JiT -) TtercifT htfirs^ -> r-"nrj ‘ edj Jj ,1- c ^TJJ fClJtns A <- + 



2 The suioty on the bond for any bid or for the performance of the contract may be any corpora- 
tion authorized by the Secretary of the Treasury to act as surety, or two responsible individual sureties 
Each individual surety shall justify m a sum not less_ than the pena lty o f thejmnd 



3 A firm, as such, vtU not be accepted as a surety, nor a partner foi copartners or for a firm of 
wluch ho is a member Stockholdeis of a corpoiate prmcipal may bo accepted as suretu^ provided their 
qualifications as such are mdependent of their stock holdings therem Smeties, if mdividuals, shall be 
citizens of the Umted States, except that smeties on ^onds executed m any foreign country, the Canal 
Zone, the Plulippino Islands, Puerto Rico, Hawau, Alaska, or any possession of the Umted States, for the 
pciformanco of contracts entered mto m these places, need rmt be citizens of the Umted States, but if not 
citizens of the United States shall bo domiciled m the place where the contract is to bo performed 



4 The name, mcluding fvill Christian nai^e, and residence of ^a^ch^mdividual party to the bond 

sliall bo inserted m the body thereof, and each such party shai sign the bond ynth his^ usual signature 
on the lino opposite the scioU seal, and if signed m Maine or New Hampshiie, an adhesive seal stall be 
affixed opposite the signature ~ “ 

5 If the pimcipals are partners, their mdividual names shall appear m the body of the bond, with 
the recital that they are partners composmg a firm, naming it, and all the members of the firm shall 
execute the bond as individuals 



6 The signature of a witness shall appear m the appropriate place, attestmg the signature of each 

individual party to the bond . I a« iai irriol 

7 If the prmcipal or surety is a corporation, the name of the State m which incorporated shall be 

msorted m the appropiiate place m the body of the bond, and said mstrument shall be executed and 

attested under the corpoiate seal as mdicated m the form If the corporation’has no corporate seal the 

fact shall be stated, in winch case a scroll or adhesive seal shall appear foUowmg the corporate name 

iTAoitnaiJ 

8 The official charactef and authority of the person or persons executing the bond for^tb.e prm- 
cipal, if a corporation, shall be certified by the seCTetary or assistant secretmy, accojrdmg to t^o 
attached therqto In lieu of such certificate there may be atjbached tq the bond copies of so much gf 
the records of the corporation as wiU show the official character and authority of the officer sigmng, 
duly corlffiod by the secretary or assistant secretary, under the corporate seal, to be true copies 

9 Each mdividual smety shall justify, under oath, according to the form appearmg on the bond, 
before a Umted States commissionei, a clerk of a Umted States court, a notary public, or some other 
officer havmg authority to admimster oaths generally If the officer has an official seal it shall be aflixed, 
otherwise the proper certificate as to his official character shall be furnished Where citizenship is not 
required, as provided in paragraph 3 of these Instiuctions, the affidavit may be amended accordmgly 

' - I -tit- xo TTi'”TiITlt33 

10 Each certificate of sufficiency shall be signed by an officer of a bank of trust company, a judge 
or clerk of a court of record, a Umted 
or deputy collector of mternal|re venue 

ment or estabhslmient concerned , „ 

oi) A-TA ■trvftpnijs 

Further certificates as to the financial . q uahfi cation of the sureties may bo required from time to 
tune, which certificates must bo based on the personal mvestigation of the certifymg officers at the 
time of the malang thereof, and not upon prio r cer tificates 



States ffistrict_attorney or commi^ioner^ ^ostmast^, a collectoi^ 
, or any other officer of the Umted States^ceptablo to the depart- 

• *_ nlOuotde ^ ..I..*. 'jiOijp w 



1 1 The date of the_ bond must not be prior to the date of the mstrument for which it is given 



( 6 ) 
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IT, B> Standard Form No. 9S-A 
Approved by thp Secretary 
ot the Treaetiry 
Sept. i«, 1S3S 



PAYMENT BOND 

(CONSTRUCTION) 



Pursuant to the Act of Congress, Approved August 24, 1935 
49 Stat. 1011 



iuwto all jWen bp tbeaie ^reaientt. That we, BUfiCtao molKIltfe COfePOliAtloll 

m Instractlona 4, «, and 7) 

asPsiNciPAL and mmun tUT' CAsmif cs9yf'A»T ^ »» 

«r til* itfti# INP *% #0 

SUKETT, 

(See InstructloM 2, 3, 4> and 7) 

are held and firmly bound unto the United jlmgiB 

the penal sum of « Wliim FSm ^ 

. M «v ^ dollars 

for the payment of which sum weU and truly to be made, we bind ourselves, our heirs, executors, 
administrators, and successors, jointly and severally, firmly by these presents. 



The Condition of this Obligation is such, that wherM^^^e ^incipal entered into a^yrtain 
contract, hereto attached, with the Government, dated wWftft ^ jg ^ £^j. 

h «e ««Bpl<rtft ftlft«tnft b«r«l» aUm i5WR«» 

tuUaas. 




Now, THEBEFOBE, If the principal shall promptly make payment to all persons supplying labor 
and material in the prosecution of the work provided for in said contract, and any and all duly 
authorized modifications of said contract that may hereafter be made, notice of which modifications to 
the surety being hereby waived, then this obligation to be void; otherwise to remain in full force 
and virtue. 

In wiTNBsawHEREOF, the above-ljillgP^n parties have ex|^ted this instrument imder their several 
seals this day of , 19 , the name and corporate seal of each 



(1) 



10— 230S 







corporate party being hereto affixed and these presents duly signed by its undersigned rSpresentative, 
pursuant to authority of its goveriai^.body. * ^ 

In presence of — 

[seal] 

(Individual principal) 



(Address) 



(Address) 



(Addreiss) 



(Address) 



(Address) 




(Business addre^) 



(Individual principal) 



[seal] 



(Business address) 

[seal] 



(Bnkiii^ address) 

[seal] 

(Individual principal) 



(Business address) 



^^^vfdual prindpaf) 



[seal] 

(Individual surety) 



(Business address) 

[seal] 

(Individual surety) 




(Address) (Business address) 

Attest: suetitc ItantSIlW (KSKUMVn 

S. 

yy (Business address) 

^ ^ ^ .^?Ll-LAFFIX CORPO-1 

_ niT €\ X JVil r ^ rate seal J 

Attest: ti® QMmiTt s» T:m 

The rate of premimn on this bond is per thousand. 

Total amount of premium, charged, -.j.; . 

(The above must be filled in by corporate surety) 

(2) 10—2203 
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[Patmbnt Bond] 



CERTIFICATE AS TO CORPORATE PRINCIPAL 



I, , certify that I am the ^ secre- 

tary of theT^rporation named &s print^m in the within bond; that 

\ , , who signed the sai4 bcmd on bal^ of the principal, ms then 
of said corporation; that 1 know bis, i^gnature, and his 8%nature thereto is genuine; 
tma that said bond was duly si^ed, sealed, and attested for and in behaif of smd corporation by 
authority of its governing body. 

^ /9 

rCORPOEATBl 

L BEAn J 



State of 

County of. 




AFFIDAVIT BY INDIVIDUAL SURETY 

t « L> ^ f I ■ ' ' 






I, , being duly sworn, depose and say that I am 

one of the sureties to the foregoing bond; that I am a citizen of the United States, and of full age and 
legally competent; that I am by occupation a , 

for lasj) past doing business at 

in 

and residing at . h in '' ^ ; 

that I am worth in real estate and personal property the sum of 

dollars over and above (1) all my debts and liabilities, owing and incurred, (2) any property exempt from 
execution, (3) any pecuniary interest I have in the business ,of the principal on said bond, and (4) any 
interest I have in any so-called community property; that I am the sole owner in fee simple of certain 
real estate described as follows, which is located at 



(o) 



(Description of property) 




that the fair valuation of said real estate is ($ . : , .);; that the assessed value of that pr(^>erty 

for taxation purposes is )-, that said, prope?ty is not exempt from seizure and sale imder 

any homestead law,: community, or marriage law, or upon attachment, execution, or judicial process; 
that the mortgages or other enciunbrances against said, real estate are the following: , 

( 6 ) .......... 



and that there are no encumbrances against said real estate other than at above stated; that my liabilities 
owing and incurred do not exceed $ S;;in addition to the real property above described, 

I am worth the sunx of $ . _ over and above, mor just debts ai?d.; liebiliries fn property subject 

to execution and sale, and that the additional persojoal property consists of the following: 

(c) 

(Describe personal property fully) 



(3) 
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That I am not surety on any other bonds, except as follows: 
(d) 



Uoiid:- If ifotfon 6&at bonds, so state) 



That I am not^a partner in the the priftbg)^ on the bond ob bonds on which I appear 

01 * iaiay ap^Oar aWsurOty. ' This' induce tiie Uldted States of America to '.accept me as 

sui*oty oh the’ foregoing bond. ' ' ' ' ' ' . 



• (Signed) 



VT' MU, j,: 

Subscribed and sworn to before me this day of 



(Surety’s signature) 



19 



at 



(0Ftt(3lAL SEAlJ 



(Title of ofbcial’administering oath) 



AFFIDAVIT BY INDIVIDUAL SUEETY 






State OF. ^ 

OonwF 

ii't'J ,‘.0 , ■ < ' ■ ■' ^ ‘ ■■ ' ■ 

I, , bOing duly sworn, depose and say that I am 

one of the sureties to the foregoing bond; that I am a citizen of the United States, and of full age and 
legally competent; that I am by occupation a , 

for last past doing business at 

in 

and residing at in ; 

that I am worth in real estate and personal property the sum of 

do^Sarr oT^ ‘Ahd above S(l) all my dtfltite and liabilities, owmg stud incurred, (2) any property exempt 
fnmA ‘execution; (3) any pecuniary interbst I hate ifa4he busihess of the principal on said bond, and (4) 
any inteseit I have in Miy so-called community ptbpOrty; that® am the sole oiraeirin fee 'simple of ceitain 
real estate described as follows, whichus located at ' ‘ 



(a). 



(Description of property) 



that the fan*! valuati^ of said real estate is ^ ' ); that the assessed valUe df that pinpeAy 

for taxation purposed is ($ ' t " '■ ‘);‘tfeat said property is not exempt from seizure’iindsale under 

any homestead law; coaimunity, or marriage laJWj'OtimhoDi attachment, execution, 01 “ Judicial process; ’ 
that the mortgages or other encumfeiraiiOea agaiiBst said read estate * arte the fOllbwing: 



( 4 ) 
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and tiiat there are no ehcumhrances against said real estate other t^an as above stated; that mj liabilities 
o'wing and incnired do not exceed $ ; in addition to the real property above described, 

l am irorth the sum of $ over and above my just debts and liabilities in property subject 

to execution and sale, and that the additional personal proparty consists of the following: 

— ^ . . , (SiKitibe peraoDal propcrtY tuU 7 ) 



That J am not surety bn any other bonds, except as foUows; 

. 

J ; I (Stftte <Aiarapt«r and amoqfat each ImxmI. If not on other boad^ so 



^ ' That I am not a partner in the bu^ess Of the principal on the bond or bonds oh "tvluch I appear 
or htajjr appear as surety. This afl53avit is made to induce the United States of 'Anierica to accept tab 
^ siirety on the foregoing bond. ‘ ' i • 

(Signed) — 

(Surety^s signature) 

i ^bscribed and sworn to before me tins day of ■ ,19 , 



[official seal] 



r ' , (Titl» Dt offlctol »rtn>lniat«rtoe o»th) 

Note. — S ee Instruction No, 10 before exeovtiag ttw foHomng certifitates. 

CEETIPICATE OF SUFFICIENCY 

I HEREBY CBRTiPT, That , One of the sureties named 

above, is personally kno\tH to me; that, in iny judgment, said surety is responsiUe, and (Qualified to act 
as sitch; and that, to the best of my knowledge and belief, the facts stated by said surety in the foregcdng 
affidavit are true. 



' ' . — - - (cOTcS'titie)”' 

(Address) 

CERTIFICATE OF SUFFICIENCY 

I HEREBY CERTIFY, That . , One of the sureties named 

above, is personally khciwn to me; (hat, in my judgment, said surety is responsible, and qualified to act 
as suchi; and that, to the best of iny knowledge and belief, the facts stated by said surety in the forgoing 
affidavit are true. 



(Official title) 
(Address) 

(6) 10—2203 
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INSTRUCTIONS 



1. This fonn, for the protection of persons supplying labor and matuial, shall be used ki connec- 
tion with all contracts exceeding^ two thousand dollars in amount, for the construction, al tension, or 
repair of any public building or public work of the Ujaited States. There shall be no deviation from 
this form except ias authorized by the Director of Procurement. 

2. The surety on the bond may be any corporation authorized by the Secretary of the Treasury to 
act as surety, or two responsible individual sureties. Each individual surety shall justify in a sum not 
less than the penalty of the bond. 

3. A firm, as such, will not be accepted as a surety, nor a partner for copartners or for a firm of 
which he is a member. Stockholders of a corpora^ principal pray be accepted as suret^s prwide^ their 
qualifications as such are independent of their stock holdings therein. Sureties, if individuals, shall be 
citizens of the United States, except that sureties on bonds executed in any foreign country, thp . Canal 
Zone, the Philippine Islands, Puerto Rico, Hawaii, Alaska, or any possession of the United States, for the 
performance of contracts entered into in these places, need not be citizens of the United States, but if not 
citizens of the United States shall be domiciled iu the place where the contract is to be performed. 

4. The name, including full Christian name, and residence of each individual party to the bond 
ehall be in^ted in the body thereof,- and each such, party shall sign the bond vpth his. usual §igpature 
on the line opposite the scroU seal, and if signed in Maine or New Hampshire, an adhesive seal shall be 
affixed opposite the signature. 

5. If the principals are partners, their individual names shall appear in the body of the bond, with 
the remtal that they are partners composing a firm, naming it, and all the members of the firm shall 
execute the bond as individuals. 

6. The signature of a witness shall appear in the appropriate place, attesting the signature of each 

individual party to the bond. : i n . 

7. If the principal or surety is a corporation, the name of the State in which incorporated shall be 
inserted in the appropriate place in the body of the bond, and said instnunent shall be executed and 
attested imder the corporate seal as infficated in the form! If the corporatioh lias ho 'corporate seal the 
fact shall be stated, in which case a sgroU or adhesive seal shall appear following the corporate name. 

8.. The official character and authority of the person or persons executing the ;b<md’for the prin- 
cipal, if a corporation, shall be certified by the secretary or sssietant secretary, accctrdiug to the form 
attached thereto. In lieu of such certificate there may be attached* to the bond copies of so much of 
the records of the corporation as will show the official character and authority of the officer si gning ^ 
duly certified by the secretary or assistant secretary, under the corporate seal, to be true copies. 

9. Each individual surety shall justify, under oath, according to the form appearing on the bond, 
before a United States commissioner, a clerk of a United States court, a notary public, or some other 
officer having authority to administer oaths generally. If the officer has an official seal it shall be affixed, 
otherwise the proper certificate as to his official character shall be furnished. Where citizenship is not 
required, as provided in paragraph 3 of these Instructions, the affidavit may be amended accordingly. 

10. Each certificate of sufficiency shall be signed by an officer of a bank or trust company, a judge 
or clerk of a court of record, a United, States district attorney qr conunissiqher, a postmaster, a collector 
or deputy coBectpr of internal revenue, or any other officer of the United States acceptable ,tq the depart- 
ment or establishment concerned. 

Further certificates as to the financial qualification of the sureties may be required from time to 
time; which certificates must be based on the personal investigation of the certifying officers at the 
time of the ma king thereof, and not upon prior certificates. 

1 1 . The date of this bond must not be prior to the date of the contract in connection wuth which 
it is given. 
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A. C« Qparatlom 

Operation fipoca A, C, por/er linos io obtninod by tho use of a 
tranafomor and copper oxide rectifier. The rectifier is connect- 
ed across the dry cello Tdth two rosistere in series with tho 
positive line. A 25tffd 25 volt electrolytic condenser la ohunted 
across the output of tho rectifier to provide flltorine action for 
the rectified current. Tho adjustable resistor (R^5) is provided 
so that tho current requirod for the aysten can be varied and hhould 
be adjusted so that no current is flowing? either into or out of tho 
batteries. 

A Resistor H8 is utilized to prevent a ground on the normally un- 
grounded loop from causing a “short circuit*’ across the 70 volt 
secondary of the transfomer, eliminating tho possibility of Injtay 
to the trarwforaor. 

In the accompanying soheaatlo drawings “sketch B", the A. C, power 
supply and trouble locating syatemj, vdring is indicated in red so 
that it is readily identified from tho system as called for in the 
basic bid. The operation of the trouble locating system is readily 
apparent and in view of the Inherent characteristics of Neon gas 
it can be seen that normally the trouble locating Neon lamps have no 
effect on the aysten, however, upon operation of the trouble a witch 
70 volt A. C. is applied to the protection wiring and tho Neon gas 
becomes active and the Ismps will glow. 

The resistor iV-7 is Included to provide a coniileted circuit through 
the protective wiring when tho trouble locating switch is operated 
to its "on” position. An 8ma A. C. circuit Is established through 
tho eontacto, window contacts, wall panels, etc. This current is 
decided upon in order to bvirn out any locating corrosive coating on 
small particles of foreign matter that may accumulate on tho contacts 
during the protection “off" period. 

Normal “Protection Cta” Cortdltiont 

The circuit as shewn on sketch Q is In its normal “protection on" 
position. It conaista of a conventional single circuit that may bo 
traced from the positive terminal of the battery to the alarm magnet, 
then through Resistor R3> the housing lining and toK^jers, oontinvdng 
through control pryoff t^per, contact 3\'0 and contact Tel to the 
ttngrcunded side of the premises wiring. Tho circuit mny bo further 
traced throiigh contact Ts2, resister HI to the niHlaDiaater, the control 
unit door tami^or, contact 3lil, to the magnet of the alarm relay A, 
through contact $12 and grounded loop of tho protective premise wiring, 
to ground. The circuit continues through contact iU of the alarm relay 
to the negative side of the battery. The relay L is connected parallel 
with the alarm boll by a circuit established throxigh the fuse, contacts 
Cl and SI?4. 
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The ouirent In the nlfM protective circuit is adjusted to .OlOA by 
means of the adjustable resister HI* 

Alarm Conditions 

The opening of any attachment, a break or croes in the premises wiring 
will cause the magnet of the alarm relay to become de-energized* Upon 
de-enorglzation, the contact A1 of the alorra relay will open and contact 
A2 will close* Contact A2 coxinects the alarm device and locking relay 
directly across the dry cell batteries and output of tho rectifier, 
causing tho alarm device to sound continuously and the looking relay to 
become energized* The back contact L(L1) of the locking relay opens, 
making It impossible to restore the circuit by jnerely closing the attach- 
ment or opening or roaoving the cross In the protective wiring, and tho 
front contact L (II) closes, creating a holding circuit through the 
magnet of the losing relay and maintaining the circuit through the alarm 
device* The pwallel connection of contacts M md A2 of the alarm relay 
and L (UL) of the locking relay is utilized to minimize the jx>ssibllity 
of false al-ms from extraneous (building), vibrations, etc., and to 
eliminate the use of a wiring suspenslcm method of mounting the alam relay* 

The loddng relay is also arranged to perform the following functions t 
contact L (ft-3) operates the headquarters annunciators* Contact L (Rl) 
shunts out the adjustable (rectifier) reslatcr R5 so that tho greater por- 
tion of tho current required for the operation of the boll is taken from 
the rectifier and only a minor portion is taken from tho diy cells. This 
feature is included to obtain dry cell economy and eliminate frequent 
replacements* 

"DAY" OH »pn: t;xtion 0FP» COIJQITIOHi 

T/hon the premise is to be opened, the shunt switch is first operated to 
"off" (contact closed) position* This places a shunt (ground the contacts 
on the main entrance door, and other removable nttqohmenta, allowing entry 
without sounding tho alarm* The control cabinet is then opened ”nd the key 
switch returned to its "off" position. The circuit through the protective 
(premises wiring) is opened by contacts S’.!., 3^i2 and 3VJ3 of the switch* 

A holding circuit for the alarm, relay is establiohod from tho battery and 
output of the rectifier through the resister HB, the key switch, alom 
relay magnet and cloned contact of 3 \'! 2 , Tho current in this circuit will 
be *010 an^jeros* 

Test Procedural 



V/hen the key sTdtch in the control \init is opomted to its "test" position 
a test circuit ia established from the tjosltive side of the battery and 
rectifier, through tho alarm bell nechenism, R3, the housing lining and 
tamper contacts, to the protective (premises) wiring (live side), continu- 
ing through resister Rl, the mllllaiameter, the back contact of the control 




REF ID:A71995 



■3- 



oablhet door toraper, res Is ter R4* the grounded protective loop« returning 
through the ground conductor to the outer housing and contact A1 to the 
negative side of the battor^r* ^th tho circuit in this condition tho motor 
should road *010 aniperes* If no reading is obtained on the mstor, it 
indioates an improperly closed attciotoent or a defect or tro\ible in the 
wiring. The trouble can generally be located by use of the Neon trouble 
locating feature^ previously described. 

The operation us Indicated hore is for one control, controlling one area 
and the alarm unit In both tho ciossage room and guard roaa^ The pTOcedure 
for the other area 1s identical and ie Independent of the first area. 
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DE3CUIPTI0N OF 5. P> C. LOCAL BURaLAR 3Y3T2M 

Oeneralg 

The E. P, C, Grad© *'A" Morcantilc Burglar Alam Syaten is the nost 
zmdem and efficient available on the Anerloan raarket* In it« features 
are Incoiporated tdiioh take adrontage of modem developments in electri- 
cal science* Basically^ E* P. C* syst«s3s exceed the rigid requirementa 
of the Undoiwiters Laboratories, Inc* for Grade aurglar Systems* 

The syatflo /.a colled for in Signal Corps Outline Specification, 

Invitatim No* (11-4875) 1?~1049‘*40-1, ttould not include many of the 
features incorporated in the E* P* C. Grade "A" eystOT. However, an 
additional quotation has been made over and above our basic bid Thlch 
would be the cost of adding these features to the system as specified* 

A descripticm of the system ^ specified follows t 

Protection Ifethodst 

The protection methods to be eiaployed ore to follow standard practice 
as recommended by the Underwriters* Laboratories, Inc. and in each 
ddtall will comply with the apeoifioations] speclfioaHy, double oiroult 
protective circuits are to be en^loyed in such a mannor as to afford the 
highest possible degree of immunity agoimt attack* All screens are to 
be of Str^ndard recommended material, dimensions, and circuit wiring* 

A choice of two types of screen circuit wiring is offered, io-altermte 
bars of the some polarity which is known as 1'^ wiring or adjacent bare 
of the same polarity which is known as 1-3 Tdrlng. This circuiting cannot 
be changed once the screens are constructed* 

All contact devices, door shunt switches, connection and eirouit wiring 
shall be approved standard as recommended for burglar alarm practice* 

(Bee photograph), 

Local Control Units t 

Local control units in each protected area shall cohaist of E* P. C* key 
operated control cabinet which contains an '*on"-"off'' lock switch, super- 
visory meter, and necessary wiring and devices for its proper functioning* 
The cabinet is equipped with a hl^ed door operated by a key, such hinged 
door being equipped with temper contacts* die control unit is to be 
provided in each protected area* (See photograph} , 

T^ie E* ?• C* key control has circuits which are so arranged that It 
requires the operation of the key switoh in tho control cabinet and the 
key switch on tho outside of tho premises at tho time of setting the alarm* 
If tho switch In the control cabinet is left in the "off ’ position and 
tho operator attempts to operate the door switoh upon leaving the premises, 
an alarm vdll sound Immediately notifying tho subaoriber of his neglect* 

In other systems it is possible to completely forgot and omit the opera- 
tion of the "on" and "off" sTdtches In tho control unit cabinet and to 
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leave the prenieeef operatln/j tho door switch in the ueual nannor# 

In doing 30# the operator would naturally asoune protection on the 
area as being established but inaaouch as tho "on** and ”off " switch 
in the control unit was in the '’off position, there muld be absol- 
utely no protection on the area. 

It ia this clroumatrmce ^diich forces aano nanufacturers to enploy 
the use of an outside sycitaa operation light in an attcaapt to ovorcoc» 
the above described operation deficiency. Hie weakness of the light 
is apparent in view of the fact that it is oonothing oloo to operate 
and can itself be forgotten. 

On the average installotion# it is possible for an intruder to hid© 

In the protected area during the open period and after the area is 
closed and protection applied, the intruder can go to the control unit 
and \Tith a knowledge of the locatlcaa of tho control tamper contact, use 
means to prevent its operation while prying open tho cover on the local 
control unit. Once the cover is open the system can be turned oi'f at 
the local control and all protection removed from that area. 

This possibility does not oxLst with the E, P, 0, system Inasmuch as 
both the door shunt switch and the switch in the control unit must be 
operated to their ’’off” position before the alarm is Inoperative, 

r/h<ai an attack of the type mentioned above is kli Is, the intruder may 
pry or othemlae succeed in opening the £• P, C, control unit, however 
the alarm will ring when an attempt is made to tvan tho system off even 
with the proper key because it is also necessary to operate the door 
switch before the system Is inopsratlve. It is absolutely necessary 
that the outside door switch also be operated before the alarm bell 
ooxild be silenced. The lock switch used on the outside door consists 
of a cylindrical type locking barrel rnd this arrangement has been 
approved as pick-proof by the Undertyritera* Laboratories, Inc, Furthor- 
'^laore the keys furnished cannot be di^pHcated except at tho factory, due 
to their unique t:/pe, and then only when a proper code number is supplied 
to the manufacturer. 

This code number does not appear on any of the keys nor can be identd- 
fied in any manner on the lok:, E. P. G, contains no record of such 
numbers and keys c?in be ordered only by authorised representatives of 
the subscriber. Many lock switches employing prdinaxy Yale keyo or 
other flat timMer keys can easily bo duplicated at the nearest hardware 
store, 

Alam Units i 



Alarm units are to be of E. P, 0. manufacture and are to bo connected 
in accordance with the specifications to tho local control units by 
fully supervised double circuit wiring in such a manner os to j>revent 
tampering without initiating proper aignals in the alarm \init. The 
alarm unit shall consist of a steel cabinet equipped rdth tarroer contacts 
which will prevent access to tho orlam equipmsnt without sounding an 
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alarta. The cabinet shall contain the necoseory reloyaj tfirlng, belle ^ 
anunoiator dropoj etc,, for the proper and efficient operation and control 
of the system. Dry coll battorios will be Included either in this cab- 
inet or in a tarapor-proof cabinet adjacent thereto as required: 

In the B* ?, C, circuit deslfjn, the bell is under constant electrical 
suncrvialon and should there be aiyderaivTenient of the beU wiring. It 
would be ic^ossible to place the system in service at closing. TMs feature 
eliminates the need of nom^ oporaU.on of the alarm ball for teating pur- 
poses when \inlocking the system, which proooduro is worthless inasmuch as 
the test occurs after the use of the system instead of before, (Equipment 
ahown in photogri^h to be modified in accordance with the specifications), 

77all F^tection: 

For the protection of wall surfaces wo reccnnend and propose the use of 
foiled panels which la considered the most effective method of protecting 
such surfaces. This method consists of the application of an approved 
foil directly on the selected type panels. The foil is spaced and cir- 
cuited in accordance with specifications. 

The construction of these pnnelo is as follows: 

Panels of pre-detemined dimension designed to accurately fit the wall 
space are cut to size and approved foil of not loss than width nor more 
than 1” id.dth, is fastened to the surface of each panel, with high-grade 
asphaltum, on 5” centers and circuited in a manner ^d.oh provides approved 
1-3 or 2-4 wiring as selected. The entire surface of the panel is then 
covered with asphaltum and the foiling is covered \tith a sheet of bidldlng 
paper, thus forming a moisture-proof envelope for the foil. The panels are 
then installed on the to be protected and painted as requir^. The 
advantages of this method of protection are as foUovis: 

(1) The panels are moisture-proof thereby reducing false alarm and trouble 
difficulties due to corrosltm or moisture short circuits . 

(2) The panels are less susceptible to open circuits because of the 
flexible nature of the foil. 

(3) The protection offers the greatest resistance to attack or tampering 
by virtue of the concealed nature of the foil and the inh<»>ent suscep- 
tibility of the foil to breakage upon direct attqck. 

(4) Test blocks in each panel are provided so that ready access to the 
circuits for testing purposes is available, 

(5) This 1s the only method approved by the Underwriters* Laboratories 
for tyje direct protection of walls wiiere the highest possible quality 
of protection is necessary. 
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3craana for WlndoTO & Dooraa 

Due to the fact that electrical protection applied to Tdndows and doors is 
susc^tible to mechanical injury, it is recotinendcd and proposed that elec- 
trical ^od screens be provided, these screens to be constructed os foUowst 

t?ood frame works of approocicntely 1" x 1" poplar ore constructed to proper 
ivindow size and supported In the frame tvork are 3/6** nood doeols spaced on 
4” centers, such dowels to be slotted to receive 24 enameled yrlre* 

The dreuitin^T of the screens la to bo as described above under ”i*rotcction 
Methods** • Applied to each comer of each screen will be a removable contact 
oar through which the circuit la carried to the window frame ly means of a 
corresponding latch, in other words, there tdll be four latches on the frame 
for each screen ml the screen con be easily removed for washing windows, etc* 
The latches and ears os well as carrying the electrical circuit to the screen 
provide meohnnioal support for each sore^i* All such exposed screens ore to 
be painted at otir factory to match the present color of paint on the window 
frames. This came type screen construction is proposed for the protection 
of door surfaces* 

Contacts on Doors and ^7indows: 

Approved contacts (dee photographs 317# 31B# 319# 320, 321 and 322) axre to be 
used as wlndoT/ contacts and door contacts* 

E. P. 0* BUROLm AUHli dYJTiili AITII ADDITIONAL PEATUaSS 
MOT IfjCLUDr:a IH TH^:; 3?iiCIFIC/iTI0M3 

General: 

The following are some of the main features udiloh we strongly recommend to 
be incorporated in the system to be installed in order to provide the high- 
est possible quality protedtion obtainable: 

(1) It is recocEvsnded that the 1* P* C* dystem which uses both alternating 
current from building poivor supply as well os dzy oella for its opeiv 
ation be used* A special cirouit arrangement provides for normal 
operation of the system fr<xa the bt^dldlng supply and the dry cells 
are used as stand-by power to be used only in emergencies in case 
of failure in building power supply or an attempt to defeat the sys- 
t«n ty disconnection of the buildiz^ power supply to the s^^em* This 
circimt ia so arranged that there is no normal d^ain on the dry cells# 
this keeps the diy cell*s energy at its full operating capacity at 
all timse* There is no danger of the ^tem failing to operate# due 
to potier failure, in case of an attack* 

Tlie advantages of using two eources of pov.-er supply auoh as recommended 
is apparent when comparison is made to a oystem which uses dry oelle 
only as a power source* Dry cells such ns ore ordinarily used, generally 
have the capriclty for operating the systoa for approximately one year 
when no alums are esqperleaced on the system* Hovrevar, as the battoriea 
age, their capacity decreases and it is possible ttot even though the 
batteries maintain the protection circuit in proper operating condition 
there say not be sufficient energy to operate the alam bells upon attack* 
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FaUure of the batteries froQ battery operatcKl systeas at the time 
of oloelnc would prevent the use of the eystota until such batteries 
rfore replaced* Also failure of the protootive olrcult batteries 
during? the protected period would cause a false olom and the system 
woi£Ld be out of service until the batteries \fere replaced* 

(2) Systems operated from dzy cells alone usually do not oaploy more 
than 5 nllliemperes drain in the protection circuit* This amount 
of current is oomtimos insufficient to break down oxides or small 
particles of dust which my collect on window and door contact 
ourfaoeSf thus the prescnco of such dust or oxide in aiy one contact 
would prevent the \ise of the oysteia until the trouble was located , 
and remedied* The B* P* C* system, because of the use of building 
power which does not rerjuire the conservation of battery energy, 
can employ up to ten milliaR^ex*es in the protection circuit which 
current is much more effective in breaking down the oxides and small 
dust partiolea which normally collect on the various contact suz^aces^ 
than the smaller currents necessarily used when batteries alone are 
used* This feature alone tonds to reduce the number of tiroes that 

it may be iji^sslble to place the system in operation at closing 
time and further prevents false alrirms after the system is set* 

(3) The E* ?* C* arrangement of floating the dry cell b tterles In the 
circuit consists of a signal transformer porter urd.t containing a 
transformer with 12 volt and 70 volt taps and a copper oxide full 
wave rectifier vdth filtering resisters and condensers* The 12 volt 
rectifying supply is used to float tho batteries and to supply normal 
current to the syetem, while the 70 volts A* C* is used to operate 
trouble locating devices later described* 

(4) Tl-ie trouble location feature is of extreme Importance in view of the 
fact t^mt it makes it possible to operate the system in regular day- 
in and day>out service with the mlniinum of operating difficulty* 

The trouble locating feature maizes it possible to Immodiately locate 
lEgjroperly closed windows or doors and other forms of trouble which 
prevent ready and convenient closing and setting of tho system* 

In this particular installation xzhere there will be a cons Idm'able 
amount of wall protection ma ie inmcdiatoly inaccessible due to the 
wallbpard covering* It is obvious that a broken wire or other fault 
in the concealed wiring v%>uld Introduce unusual difficulty In looat- 
Ing the exact point of tho fault* It is our experience with regjjrd 
to the use of sleotrioal wall protection that regardless of manu- 
facture, open circuits sonstimes occur and nro a serious conaider<atlon 
in the maintenance of the system* Tliose openings sometimes occur 
' due to the normal settling, building vibration, impaot of office 
furniture, chaira, etc* 
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(5) E* P. C. provides a special oircmit arraxvTement very olii^ole bit 
effective trhioh mc^:es it possible to place small Meon lichte In 
the protective wiring at Vtirioua intervale, such as at each grotip 
of windows and in each section of wall protection, so that when an 
E. signal cannot bo obtained at the local control panel, a 
trouble locating switch supplied in the local control panel can be 
imncdiatoly operated and the Neon lights can be observed throughout 
the protected area. These lights can be arranged near the colling 
so that it is only neceasary for the operator to observe the ligtite 
in proper sequence until a point is reached whore an unllghtsd lamp 
is found. The defective portion of tho system would then be between 
ttie last lighted lamp and the first unllgiited lamp. Should the defect 
be found to be in a waDL panels that panel is immedlat^Ly identified 
and tho trouble is Inmediately isolated for repair. 

It is obvious tivat this method of trouble location eliminates many 
sources of annoyance and inconvenionce in the oporation of tho system 
and furth^ assures a tnlnla;«a of time that the system might not be 
available for use. As can be seen frem the accompanying circuit 
diagram, the source of supply for the Heon lamps is obtained from the 
70 volt tape in the porrer supply transformer. The Heon light method 
of locating openings is the latest and most efficient method designed 
and utilizes recent scientific advances in electrical engineering. 

The Heon li^t method of locating openings and trouble in connection 
with the protective circuits is an exclusive and patented feature used 
in conjunction with E. P. C. systems only. 

B. P. C. agrees to fxxmish and install all accessorires, devices^ equip- 
ment, etc. for the addition of the above described dou'>.'le power source 
and IJeon trouble locating system for tho sum of TiVO HUNDHlD DOUifJlS 
($200.00)| in addition to tho basic bid. 





A. B. CHAPMAN, PresuUnt I ' 
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S 6 0 B R.O AD STREET, NEWARK, N. J,. 
TELEPHONE • MITCHELL 2-4076 

Republic 2131 
Albee Building 
Washington, D. C. 



Office of the Chief Signal Engineer 
Supply Division 
Munitions BTiilding 
Washington, D, C. 

Reference; OGSIGO. Invitation No. (R-A875 W-1QA9-4 j.0-1) 

Attention: C, D. Guny, Major, Signal Corps, U. S. A. 

Gentlemen: 

Attached hereto you will find otir bid with regard to the subject 
iniritation for Burglary Protection as specified in Restricted Document #2. 

Attached hereto you will find: 

1. Executed standard Government form of bid #21 in triplicate ‘ 

2. Standard Government form of bid bond #24 in triplicate 

3. A group of photographs of E. P. C. equipment 

4. Description of E. P. C. Local Burglar Alarm System 

5. Description of Circuits and Operation of E, P, C. Local Burglar Alarm 
System. 

6. Sketch A, Straight Line Diagram of Proposed Installation 

7. Sketch B, Engineering Schematic Diagram of complete system. 

The complete schematic diagram was submitted in its present form due to 
the fact that insufficient time was available for proper preparation of 
blue prints. However, the sketch used in conjunction with the descripation 
of circuit operation should enable you to determine the merits of the 
system offered. 

All restricted documents, still in our possession, will be retiorned in 
accordance with the standard agreement which was executed by us. 

We tnast that consideration of our bid will enable you to decide in favor 
of our proposal. 

Very truly yours. 



ELECTRO-PROTECTnE CORPORATION 




RS24/cab 



Tumtibes Broadest Scope of Protection against Destruction of both Tangible and Jntan^ible Assets, Business 
Continuity, and other Complications caused by Jar-Peaching Effects of Jire, Burglary and Jloldups. 
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SICaJAL CORPS OTirLIi-jE SPECIFICATIONS 

(Constituting RESTRICTED DOCUlIENT NO. 2, attached to and 
forming part of OCSIGO. INVITATION NO, (R-4875) W 1049-40-1.) 
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- This document contains inforjm 



B United 
Espionage Act 
on of this 



aff ectingTrt»~JiaWonal defense o: 

States within' themSrtnrMi g 
(U.S.C, 50:31, 32)j^^5W^ti^ 
document or tiifii<l!'^elation of its cori^ 
any majyaei''TO any unauthorized person is pro- 



Section I - General Conditions : 

Description of Specifications; 

Drawings Required of the Contractor and Installation and Maintenance 
Instructions; 

Material and Vforkmanship ; 

Final Inspection and Test; 

Control of and Access to l/iTork; 

Liability for Damages; 

Compensation Insurance; 

Notice, 



Section II - Special Conditions : 

Federal Tax; 

Certificate Reference Growth & Production United States; 
Patents; 

Eight-Hour Law - Convict Labor; 

Bonds Required; 

Termination when Contractor not in Default; 

Descriptive Data with Bid; 

Experience and Facilities; 

Statement of Facts; 

Prevailing Rates of Wages. 



Section I - General Conditions: 



I - 1 - Description of Specifications : These specifications cover the 

requirements of the United States Signal Corps for the supply and in- 
stallation of a complete local electric burglar alarm system in Rooms 
3555 to 3537 inclusive and Rooms 5341 to 3550 inclusive. Munitions Build- 
ing, Washington, D. C. , including the corridor within this area. This 
system shall be of the double-closed circuit, fully supervised type 
(A.D.T. or equal). 

Dr^flassified by NSA/CSS 

u.na.-Mu Y — - 

Deputy Associate Dirertor for Policy and Records 

bv - Sheet 1 of 8 sheets. 



SHEET NO. 2 



REF_ID:A71995 

-i ffiOTiauTiiic - 

SICTJAL COKES OUTLINE SEKC I FICATIOrB 
( ContT) 

Section I - General Conditions ; (Cont.) 

I - 1 - Description of Specifications ; (Cont.) 

Scope ; 

The rooms designatod shall be protected by means of burglar alarm screonf 
on all windows, exterior doors and walls, - all to be installed as horc- 
■ inafter described, so that when protection is established, any attempt tc 
enter the rooms through protected points or any unauthorized tampering 
with the protective wiring will automatically cause an alarm gong to rins 
and an annunciator drop to operate in the alarm units in the Guard Room, 
Munitions Building, on first floor and in the Message Center, Munitions 
Building, on third floor. Operation of the drop v/i 11 Vindicate the room 
into which entrance is being attempted or whose protective wiring is 
being tampered with, before access to the room is obtainable. 

Each suite of rooms as underlined above shall be operated under one local 
control unit and shall be considered as one protective area, a total of 
two areas to be covered in this project. 

All equipment and apparatus shall constitute a unified system for the 
satisfactory operation of which one manufacturer shall be responsible. 

wires & Cables 8c Conduit : 

Wirings inside of the rooms specified shall consist of individually insu- 
lated conductors or cables of a character and size recommended by the 
mai’xufacturers and approved by the contracting officer. 'Wiring from local 
control units to alarm miits to be of double-closed circuit fully super- 
vised type in lead-covered, non-coded cables. V/iring from room to room 
across corridors shall be inclosed in . galvanized or sherardized conduit. 
All circuits shall be so arranged and installed that the breaking or 
shorting of the protective circuit or cutting of the protective cable 
will automatically initiate an alarm and indicate in the alarm units the 
protective circuit or circuits in trouble. 

Room Protection ; 

All outside windows shall be fully protected with rom.ovable double cir- 
cuited screens and contacts. The window screens are to be applied direct 
ly to the inside of the sash and must be so designed that the sash must 
be closed before the protection can be established. The screens must be 
such os not to interfere with the opening and closing of the vjindows 
without removing screensi The circuit shall be so arrar^jed that there- 
after anjr unauthorized opening of the sash will initiate an alarm. Walls 
and partitions, except beams and colunms, shall be fully protected with 
permanent double circuited screens,- All screens to provide continuous 
electric circuits not over 4" apart, the breaking of any one of which 
will initiate an alarm. All circuits on walls shall be covered by suit- 
able wall board, unpainted. 

RESTRICT E D 
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SIO^TAL CORPS OUrmiE SPECIFICATI ONS 
(Cont. ) 

Section I - General Conditions ; ( Cont . ) 

I - 1 - Description of Specifications ;- (Cont. ) 

Room Protectlonl (Cont. ) 



SHEET NO. 3 



Screens and contacts similar to those on the windows shall be applied to 
the inside of the doors leading into the protected room, screens to cover 
entire surface of door. A light will be mounted in each of the two areas 
so that when the system is turned on a check as to the operative condition 
of the system can be determined. A suitable switch is to be provided to 
turn this light off after check has been made. 



Local Control Equipment ; 

A single local control panel shall be installed within each of the two 
protected areas near entrance. Each panel shall house switch,, supervi- 
sory meter and other equipment necessary to control its respective pro- 
tected area; all enclosed in cabinet.- In addition, a lock switch shall 
be installed at each entry door to the protected areas. Upon entering 
an area, lock switch at door must be operated, followed by operation of 
switch in local control panel to disconnect protection in its respective 
area. Alarm should be given whenever anyone enters even with proper key. 
Leaving the area, lock switch at door is operated and switch in control 
panel set for protection. Tamper springs must be provided on cabinets. 

Alarm Units ; 

These units shall be located in ^the Guard Room, Munitions Building, on 
first floor and in the Message Center, Munitions Building, where desig- 
nated. They shall consist of necessary control apparatus and a drop for 
each area as visual signals. In addition, a 6" alarm bell and trouble 
bell shall be included at each. All cabinets shall be tampered and shall 
include necessary dry cells for the operation and supervision of the sys- 
tem. The alarm bells shall have tamper proof contacts so that signal 
will be given if attempt is made to disconnect the bell. This installa- 
tion shall comply with The National Electrical Code and the Fire and 
Building Regulations of the District of Columbia. 



I - 2 - Drawings Required of the Contractor and Installation and Maintenance 
Instructions ; At the time of completion of this installation, contractor 
shall submit for approval and in accordance with the general provisions of 
these requirements, complete drawings in quadruplicate of the various items 
and units required for the installation, complete wiring diagrams showing the 
manner of connecting and installing each of the various units and general 
instructions for the regular maintenance and inspection and tests of the 
system. 
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Section I - General Conditions ; (Cont.) 

1-5 - Ma terial and Vforkmanship ;' All the material used in the construction of 
the apparatus 'shall be selected as the best available for the purpose for which 
used, considering strength, conductivity, durability, and the best engineering 
practice.. All work shall be done and completed in a thorough workmanlike manna 
and shall follow the best modern practice in the manufocture of high-grade ma- 
chinery notwithstanding any omissions from these specifications. All work sha] 
be done by mechanics skilled in their various trades. All parts shall be made 
accurately to standard gauge where possible so as to facilitate replacement am; 
repair. All equipment shall be of a type vjhich is commercially standard and 
which has proved satisfactory in service over a period of years, 

I - 4 - Final Inspection and Test ; V«hen the installation has been completed, 
the contractor shall furnish a responsible technical expert to give the in- 
stalled system one thorough checking and complete testing and adjustment. The 
system shall be guaranteed for a period of one year against mechanical defects. 

I - 5 - Control of and Access to Work ; The work is entirely under the control 
of the contracting officer and he or his authorized representative shall have 
access to same at all times. 

I - 6 - Liability for Damages ; The contractor v«;ill be held responsible for all 
damage to the work under construction of .whatever nature. lie vjill .also be held 
responsible for all damages which may occur to persons, property, animals or 
vehicles from want of proper safety precautions or from any accidents arising 
from defective apparatus or any negligence on the part of himself or his em- 
ployees, 

I - 7 - Compensation Insurance ; The contractor shall provide adequa.te vjork- 
men's compensation insurance for all labor employed on the project vjho may 
come within the protection of such laws and shall provide, where practicable, 
employers’ general liability insurance for the benefit of his employees not 
protected by such compensation laws and proof of such insurance shall be given 
to the contracting officer to his satisfaction.' 

1-8 Notice ; These specif ications ' are furnished with the explicit under- 
standing that vdian Government drawings, specifications, or other data are used 
for any purpose other than in comiection with a definitely related Government 
procurement operation, the United States Government thereby incurs no responsi- 
bility or any obligation whatsoever; and the fact that the Government may have 
formulated, furnished,' or in any way supplied the said drawings, specifications 
or other data is not to be regarded by implication or otherwise as in any man- 
ner licensing the holder or any other person or corporation, or conveying any 
rights or permission to manufacture, use or sell any patented invention that 
may in any way be related thereto. 
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II - 1 - Federal Tax ; Prices bid herein include any Federal tax heretofore 
imposed by tlie Congress which is applicable to the material on this bid. If 
any sales tax, processing tax, adjustment charge, or other taxes or charges 
are imposed or changed by the Congress after the date set for the opening of 
this bid-and made applicable directly upon the production, manufacture, or ^ 
sale of the supplies covered by this bid, and are paid to the Government by 
the contractor on the articles or supplies herein contracted for, then the 
prices named in this bid will be increased or decreased accordingly, and any 
amount due the contractor as a result of such change will be charged to the 
Government and entered on vouchers (or invoices) as separate items. 

The prices herein do not include any Federal taxes from which exemption is 
granted, or as to which a credit or refund is provided for under the provi- 
sions of Section 401 of the Revenue Act of 1935 (Act of August 30, 1935; 

(49 Stat. 1014, 1025-1026)) as amended; nor any tax imposed by a state,' 
county or municipality upon the transaction of this procurement of these 
materials. 

II - 2 - Certificate Reference Growth and Production in United States ; It is 
hereby warranted that in the event award is made to the undersigned the unmanu- 
factured articles, materials, pr supplies furnished the United States will 
have' been mined'or produced in the United States,, and the manufactured arti- 
cles, materials, and supplies will have been manufactured' in the United States 
all from articles, materials, or supplies mined-, produced, or manufactured, as 
the case may be, in the United States, except as noted below or otherwise indi- 
cated in this bid. 



Bidder's Signature 

Title 

II - 3 - Patents *. The contractor shall hold and save the Government, its 
officers, agents, servants, and employees, harmless from liability of any 
nature or kind, including costs and expenses, for or on account of any 
patented or unpatented invention, article, or appliance manufactured or used 
in the performance of this contract, including their use by the Government. 

II - 4 - Eight-Hour Law - Convict Labor ; (a) No laborer or mechanic doing 
any part of the work contemplated by this contract, in the employ of the 
contractor or any subcontractor contracting for any part of said work con- 
templated, shall be required or permitted to work more than eight hours. in 
any one calendar day upon such work at the site thereof. For each violation 
of the requirements of this article a penalty of five dollars shall be im- 
posed upon the contractor for each laborer or mechanic for every calendar 
day in which such employee is required or permitted to labor more than eight 
hours upon said work, and all penalties thus imposed shall be withheld for 
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Section II - General Conditions ; (Cont.) 

II - 4 - Eight-Hour Law - Convict Labor ; (Cont . ) 

the use and benefit of the Governraent: Provide d, That this stipulation shall 

be subject in all respects to the exceptions and provisions of the act of 
June 19, 1912 (37 Stat. 137), relating to hours of labor. 

(b) The contractor shall not employ any person undergoing sentence of imprison- 
ment at hard labor, 

II - 5 - Bonds Required ; 

Payment Bond : Payment Bond, with a surety or sureties satisfactory to the con- 
tracting officer for the protection of all persons svipplying labor and materi- 
al in the prosecution of the work provided for in this contract for the use of 
each such persons shall be furnished herewith in the sum of fifty percent (50^) 
of the total consideration of this contract. 

Performance Bond ; Bond, with surety satisfactory to the contracting officer, 
guaranteeing the faithful performance of the provisions of this contract shall 
be furnished herewith in the sum of ten percent (10^) of the total considera- 
tion of this contract. 

II - 6 - Termination when Contractor not in Defaul t; If, in the opinion of 
the contracting officer upon the approval of the Secretary of V/ar, the best 
interests of the Government so require, this contract may be terminated by 
the Government, even though the contractor be not in default, by a notice in 
writing relative thereto from the contracting officer to the contractor. ’ 

In case such notice be given the contractor this contract shall terminate, 
ipso facto, upon the giving of said notice. Upon such termination the con- 
tractor shall forthwith deliver to the Government f.o.b. factory, in their 
then state of completion, all articles, spare parts, drawings, and other 
information and' things called for herein, no.t previously delivered, and all 
work in process, materials, and fabricated parts acquired and/or produced 
by the contractor for the performance of this contract, and the Goverrurient 
shall then forthwith pay the contractor all amount's, if any, remaining due 
and unpaid under this contract for completed articles, spare parts, drawings, 
and other information and things called for herein, there tof or completed, 
delivered, and accepted by the Government; and the Government shall also 
forthwith pay the contractor for all partially completed articles, spare 
parts, work in process, materials, fabricated parts, drawings, and other 
information and things to be so delivered hereunder, an amount to be computed 
as follows: 

(a) There shall be determined by an audit conducted by or for the contracting 
officer, the total net amount of all expenditures and obligations made and/or 
incurred by the contractor under this contract in designing, manufacturing, 
and delivering said partially completed articles, spare parts, work in process, 
materials, fabricated parts, drawings, and other information and things so 
delivered hereunder. 
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II - 6 - Termination when Contractor not in Default ; ( Cont . ) 

(b) The contractor and the contracting officer shall agree upon an estimate, 
based on the foregoing audit and any other pertinent data, of the net cost to 
the contractor of fully completing and delivering said partially completed 
articles, spare parts, drawings, and other information and things called for 
herein, all in accordance with the requirements of this contract had it not 
been terminated, including in such estimate all cost previously incurred under 
this contract in designing and manufacturing said partially completed articles 
spare parts, dra wings, and other information and things, as vjell as those 
costs which would be required in the future for the entire completion and de- 
livery thereof. In the event of the failure of the contractor and the con- 
tracting officer to arrive promptly at such an agreement, said estimate shall 
be determined in the manner provided in this contract for the adjustment of 
claims and disputes, 

(c) The percentage which the foregoing, item (a) is of item (b) shall then be 
determined and a sum of money equal to that same percentage of the total con- 
tract price (plus or minus any additions or deductions for changes), of such 
partially completed articles, spare 'parts, drawings, and other information 
and things, had they been completed, delivered, and accepted in accordance 
with the terms of this contract, shall then be computed., 

(d) The total of all payments, if any, previously made to the contractor on 
account of such partially completed articles, spare parts, drawings, and other 
information and things, shall then be ascertained. 

(e) The contractor shall then be paid the same sum of money computed in ac- 
cordance with (c) above, less the total of item (d). 

Upon the making of said payment all obligations of the Government to 
make further payments or to carry out other undertakings hereunder shall 
cease forthwith and forever, except that all rights and obligations of the 
respective parties under the articles, if any, of this contract applicable 
to Patent Infringements and Reproduction Rights shall remain in full force' 
and effect, 

II - 7 - Descriptive Data with Bid ; Bidder shall submit with his bid the 
following data:' 

(a.) Complete descriptive data of the equipment offered. 

(b,.) A complete schematic diagram of the proposed circuits. 

(c.) Such theoretical and practical data as may be necessary 
to determine fully, without further reference to the 
bidder, the excellence of the equipment offered and 
the need for any unusual circuit or appliance. 
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Section II - General Conditions; (Cont.) 

II - 8 - Experience and Facilities ; The bidder raay be required to furnish 
satisfactory evidence of experience and facilities for handling the work and 
may also be required to furnish satisfactory evidence that he has adequate 
shops, plants, facilities, equipment, financial resources, business and tech- 
nical organizations and working capital to begin the work properly and prose- 
cute it vigorously in such manner as to secure completion within the time 
specified. ' 



II - 9 - Statement of Facts ; The Signal Corps reserves the right to require, 
prior to the award of the contract, a statement of facts in detail of the 
business and technical organization of the bidder available for the contem- 
plated work including financial resources for such part of the work to be 
used, and experience of organization in construction of comparable work. 

The Signal Corps reserves the right to reject any bid respecting when the 
facts as to business and technical organizations, financial resources, or 
experience, compared with the project bid upon, justify such rejection. 



II - 10 - Prevailing Rates of Wages ; The Act of Congress (Public #403, 74th 
Congress), approved August 30, 1935, "To amend the Act approved March 3, 1931, 
relating to the rates of wages for laborers and mechanics employed by Contrac- 
tors and Subcontractor's on Public buildings," applies to this project and in 
accordance with the provisions of said Act, the following schedule of minimum 
hour wage rates has been determined by the Secretary of Labor to be the pre- 
vailing nates of wages for the crafts specified to be employed on the 'installa- 
tion of a' Protective System at Washington, D. C.; 



CL/^iSSIFICATION OF LABOR; 



RATES PER HOUR 



Carpenters, journeymen 

Electricians 

Laborers 

Painters 



^1.56-1/4 

1.80 

.75 

1.57-1/7 



Labor Classes Not Listed - Any class of laborers and mechanics not 
listed in the preceding paragraph, which will be employed on this contract, 
shall be classified or reclassified conformably to the foregoing schedule. 

In the event the interested parties cannot agree on the proper classification 
or reclassification of a particular class of laborers and mechanics to be used, 
the question, accompanied by the recommendation of the contracting officer, 
shall be referred to the Secretary of Labor for final determination. 
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